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BOSTON  TRANSIT  COMMISSION. 


15  Beacon  Street,  Boston,  June  30,  1909. 

To  the  City  Council  of  the  City  of  Boston: 

In  compliance  with  Statutes  of  1894,  chapter  548,  sec- 
tion 24,  the  report  of  the  Boston  Transit  Commission  for  the 
year  ending  June  30,  1909,  is  respectfully  submitted. 

Washington  Street  Tunnel. 

On  November  23,  1908,  under  the  joint  auspices  of  the 
Commission  and  the  Boston  Elevated  Railway  Company,  a  trip 
of  inspection  through  the  Washington  Street  Tunnel  was  made 
by  about  one  thousand  persons  prominent  in  public  and  private 
life,  including  representatives  of  the  state  and  city  governments 
and  of  business  associations,  and  on  Monday,  November  30,  the 
tunnel  was  opened  for  public  use. 

Almost  immediately  thereafter  the  work  was  begun  of 
enlarging  the  Haymarket  square  station  of  the  subway  to  re- 
store to  it  the  two  tracks  for  surface  cars,  which  since  1902 
had  been  used  for  elevated  train  service,  to  relocate  the 
tracks  and  platforms,  and  to  connect  it  by  an  underground 
passageway  with  the  Union-Friend  station  of  the  tunnel,  thus 
furnishing  a  means  of  transfer  between  these  two  stations. 
The  undertaking  was  of  a  peculiarly  intricate  nature,  because 
it  was  necessary  to  carry  it  on  without  interrupting  the  traffic 
in  either  the  subway  or  the  tunnel.  It  was  successfully  com- 
pleted in  May,  1909,  and  marked  the  completion  of  the  tunnel, 
with  the  exception  of  some  minor  matters  in  connection  with 
the  Relief  Station  of  the  City  Hospital  in  Haymarket  square. 

As  the  operation  of  the  tunnel  involved  the  discontinu- 
ance of  the  train  service  in  the  subway,  and  several  other 
changes  from  the  methods  of  procedure  to  which  the  travel- 
ing public  had  become  accustomed,  there  was  more  or  less  con- 
fusion in  the  days  immediately  following  its  opening,  and 
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many  complaints  and  suggestions  were  received  by  the  Com- 
mission. These  seemed  to  be  founded  upon  the  mistaken  idea 
that  it  was  within  the  jurisdiction  of  the  Commission  to  con- 
trol the  operating  methods  of  the  company. 

Bronze  Tablet. 

Following  the  custom  established  by  the  Commission  of 
placing  in  each  of  the  structures  erected  by  it  a  bronze  tablet 
giving  the  essential  facts  in  relation  to  construction,  such  a 
tablet  was  erected  in  the  State  station  in  March,  1909.  The 
inscription  is  as  follows: 


WASHINGTON  STREET  TUNNEL 
AUTHORIZED  BY  THE  LEGISLATURE  — 1 902 

W.  MURRAY  CRANE— GOVERNOR 
PATRICK  A.  COLLINS— MAYOR  OF  BOSTON 
OPENED— NOVEMBER  30  1908 

BUILT  BY  THE  BOSTON  TRANSIT  COMMISSION 

GEORGE  G.  CROCKER— CHAIRMAN 
CHARLES  H.  DALTON  GEORGE  F.  SWAIN 

THOMAS  J.  GARGAN  HORACE  G.  ALLEN 

JOSIAH  QUINCY 

MR.  DALTON  RESIGNED  AND  WAS  SUCCEEDED  BY 
MR.  QUINCY  OCTOBER  11  1906 

HOWARD  A.  CARSON— CHIEF  ENGINEER 


Settlements  for  Takings. 

Settlements  for  real  estate  or  rights  or  interests  therein 
taken  by  the  Commission  have  been  made  as  follows: 

Jan.  19,  1909,  Vaughan-Abbot  Estate,  235-7-9  Wash- 
ington street,  easement. 

Jan.  25,  1909,  Phihp  Dexter  et  al.,  766  Washington  street, 
easement. 

April  1,  1909,  Charles  W.  Galloupe  Estate,  736-40  Wash- 
ington street,  easement. 
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The  terms  of  the  agreement  for  the  settlement  for  the 
taking  from  the  Blake  estate  on  Temple  place  have  been 
carried  out  up  to  date. 

Resignation  of  Howard  Adams'  Carson. 

Upon  the  creation  of  the  Commission  in  1894,  Howard 
Adams  Carson  was  appointed  its  Chief  Engineer. 

In  March,  1909,  while  absent  on  one  of  his  brief  and  in- 
frequent periods  of  rest,  Mr.  Carson  forwarded  to  the  Com- 
mission his  resignation,  to  take  effect  at  its  pleasure.  Efforts 
to  induce  him  to  reconsider  this  action  were  of  no  avail,  and 
at  the  date  of  this  report  he  severed  a  connection  with  the 
Commission  of  nearly  fifteen  years  duration.  In  accepting  his 
resignation  the  Commission  caused  the  following  to  be  entered 
upon  its  records: 

"  In  accepting  the  resignation  of  Howard  Adams  Carson  after  a  service 
of  fifteen  years  as  its  Chief  Engineer,  the  Boston  Transit  Commission  places 
upon  its  records  this  expression  of  the  great  regret  which  it  feels  at  his 
retirement  from  this  position  and  of  its  high  appreciation  of  the  value  of 
the  work  which  he  has  performed  for  the  public. 

"  The  Tremont  street  subway,  the  first  for  electric  street  car  service  con- 
structed in  this  country,  the  East  Boston  tunnel,  the  first  sub-marine  tun- 
nel built  in  this  country  for  such  service,  and  the  Washington  street  tunnel, 
stand  as  monuments  to  his  engineering  skill  and  judgment  in  the  solving 
of  difficult  problems.  The  building  of  these  great  works,  through  narrow 
and  crooked  streets  bordered  by  high  buildings,  through  fiUed-in  ground, 
or  below  the  water  level,  has  been  a  difficult  achievement  crowned  with 
entire  success.  The  record  which  he  has  made  in  the  planning  and  execu- 
tion of  these  novel  and  hazardous  undertakings  has  placed  him  in  the  front 
rank  of  civil  engineers. 

"  Other  qualities  than  those  of  technical  skill  have  been  shown  by  him 
in  an  equally  notable  degree.  His  tact  in  dealing  with  public  and  private 
interests,  which  in  the  progress  of  these  works  were  of  necessity  seriously 
affected,  his  painstaking  fairness  in  his  relations  with  contractors,  his  skill 
in  organizing  and  directing  the  engineering  staff,  his  executive  force,  and 
his  unflinching  willingness  to  bear  every  proper  responsibility  of  his  office, 
have  all  been  conspicuous.  Scrupulous  honesty  and  impartiality,  modera- 
tion and  modesty  in  all  things,  faithfulness  to  the  point  of  extreme  self- 
sacrifice  have  been  characteristic  of  his  service.  At  the  termination  of 
that  service  this  Commission  records  its  admiration  of  his  professional 
skill  and  its  high  regard  for  his  personal  character." 

The  Commission  still  further  expressed  its  appreciation  of 
his  service  in  the  following  letter: 

Boston,  June  10,  1909. 
Howard  Adams  Carson,  Esq.,  Chief  Engineer,  Boston  Transit  Com- 
mission. 

Dear  Mr.  Carson: — We  have  today,  with  great  regret,  accepted 
your  resignation  to  take  effect  on  June  30th.  The  Tremont  street  sub- 
way, the  East  Boston  tunnel  and  the  Washington  street  tunnel  are  en- 
during monuments  of  your  service  as  Chief  Engineer  of  this  Commission 
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and  place  you  in  the  front  rank  of  your  profession.  Highly  as  these  struc- 
tures have  been  commended,  you  have  received  but  a  small  part  of  the 
credit  which  you  deserve,  for  none  except  those  who  have  followed  your 
work  in  detail  can  appreciate  the  novel  and  hazardous  conditions  which 
have  been  encountered.  Varied  and  difficult  as  the  problems  have  been, 
you  have  never  been  found  unequal  to  the  task  before  you. 

The  notable  success  of  your  work  has  been  due  not  merely  to  your 
engineering  skill  but  also  in  large  measure  to  your  scrupulously  fair  and 
judicial  consideration  of  the  rights  and  interests  of  others.  The  well 
deserved  confidence  which  you  have  inspired,  alike  in  property  owners, 
contractors,  employees  and  the  public,  has  kept  your  work  free  from 
many  obstacles  which  otherwise  would  have  resulted  in  serious  delays 
and  largely  increased  expense. 

During  the  fifteen  years  of  your  service  with  this  Commission  you 
have  proved  yourself  the  ideal  of  all  that  an  engineer  should  be  in  the 
planning  and  execution  of  great  public  works;  we  certify  to  this  as  officials, 
without  limitation  or  reservation  of  any  kind.  Let  us  add  that  between 
yourself  and  the  members  of  the  Commission  a  highly  valued  friendship 
has  developed  and  has  grown  with  each  year  of  association. 

Wishing  you  for  the  future  continued  professional  success  and  all 
personal  happiness,  we  subscribe  ourselves 

Very  sincerely  yours, 

George  G.  Crocker, 
George  F.  Swain, 
Horace  G.  Allen, 
josiah  quincy. 

Edmund  S.  Davis,  who  has  been  the  principal  assistant 
of  Mr.  Carson  since  the  beginning  of  the  work,  has  been  ap- 
pointed Acting  Chief  Engineer,  his  appointment  to  take  effect 
July  1. 

Decease  of  Hon.  Thomas  John  Gargan. 

July  31,  1908,  Hon.  Thomas  John  Gargan  died  in  Berlin, 
Germany,  from  the  results  of  a  surgical  operation.  Mr. 
Gargan  was  a  member  of  the  original  Subway  Commission 
appointed  under  the  act  of  1893,  and  had  continued  as  a 
member  of  this  Commission  since  its  organization  in  1894. 
To  the  end  of  his  life  his  deep  interest  in  the  work  of  the 
Commission  was  evidenced  in  many  ways,  although  during  the 
last  year  of  his  service  failing  health  rendered  his  regular 
attendance  at  meetings  impossible. 

At  a  special  meeting  of  the  Commission  held  on  the 
day  of  Mr.  Gargan's  death  the  following  entry  was  ordered 
to  be  made  upon  the  records: 

"By  the  death  this  day  of  Thomas  J.  Gargan,  a  member  of  this  Com- 
mission, in  the  city  of  BerHn,  Germany,  the  state  and  city  have  lost  a 
valuable  public  servant  and  his  associates  on  this  board  a  wise  counsel- 
lor and  loyal  friend. 

"Appointed  by  the  Mayor  of  Boston  in  1894  as  one  of  the  three 
members  of  the  original  Subway  Commission,  and  continued  in  office 
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as  a  member  of  the  Boston  Transit  Commission  when  this  body  was 
constituted  by  legislative  act  later  in  the  same  year,  he  has  served  the 
public  for  nearly  15  years  in  the  work  of  planning  and  constructing  our 
system  of  subways.  Death  deprives  him  by  a  few  months  of  the  real- 
ization of  his  cherished  wish  to  see  the  Washington  street  tunnel,  in 
which  he  always  took  a  deep  interest,  opened  for  use  during  his  term  of 
service. 

"We  bear  testimony  to  the  intelligence  and  discretion  which  he 
has  shown  in  solving  the  many  new  and  complicated  problems  which 
have  arisen  in  our  work,  and  to  the  loss  wiiich  the  public  has  suffered  in 
being  deprived  of  the  benefit  of  his  good  advice,  founded  on  large  ex- 
perience and  a  determination  to  promote  and  safeguard  the  interests 
of  the  city. 

"We  shall  feel  his  loss  not  only  as  a  valued  colleague  but  also  on 
account  of  the  warm  friendship  which  has  long  existed  between  him  and 
the  other  members  of  our  board,  constantly  expressed  on  his  part  by 
kindly  word  and  act.  We  shall  miss  his  genial  presence,  his  pleasant 
voice,  his  delicate  wit,  and  his  terse  expression  of  the  wisdom  of  a  well- 
read  and  thoughtful  man." 

Mr.  Gargan  was  one  of  the  three  members  of  the  Commis- 
sion whose  appointment  rests  with  the  Mayor  of  the  city  of 
Boston.  Up  to  the  date  of  this  report  no  successor  has  been 
named. 

Term  of  the  Commission. 

By  chapter  455  of  the  acts  of  the  Legislature  of  the  year 
1909  the  term  of  the  Commission  and  of  its  members,  which 
otherwise  would  have  expired  at  the  date  of  this  report,  was 
extended  for  two  years.    (See  Appendix  A). 

Legislation. 

April  6,  1909,  the  Legislature  passed  the  following  order: 

"ORDERED,  That  the  Board  of  Railroad  Commissioners  and  the 
Boston  Transit  Commission,  sitting  jointly,  be  requested  to  investigate 
and  report  to  the  General  Court,  on  or  before  the  last  day  of  April,  whether 
or  not  it  is  advisable,  in  their  opinion,  to  grant  the  petition  for  legisla- 
tion to  authorize  the  Boston  and  Eastern  Electric  Railroad  Company  to 
construct  a  tunnel  under  Boston  harbor,  and  to  connect  the  same  with 
terminals  and  with  the  tracks  of  other  companies,  substantially  in  the 
manner  set  forth  in  the  bill  attached  hereto,  and  under  what  restrictions, 
if  any,  such  authority  should  be  granted." 

As  a  result  of  this  order,  the  joint  board  made  a  report  to 
the  Legislature  which  will  be  found  in  Appendix  B. 

There  were  presented  to  the  Legislature  of  the  present 
year  the  following  petitions  for  additional  transit  legislation: 

For  the  construction  of  a  tunnel  between  Sullivan  square 
and  the  North  station. 

For  the  construction  of  a  subway  to  Dorchester. 
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For  the  construction  of  subwaj^s  and  tunnels  to  and  in 
the  South  Boston  district. 

For  the  construction  of  a  subway  or  tunnel  between  the 
cities  of  Chelsea  and  Boston. 

For  restoring  the  elevated  train  service  to  the  Tremont 
street  subway. 

For  the  construction  of  a  cross  town  tunnel. 

For  a  connection  of  passenger  and  freight  terminals  and 
stations  in  the  city  of  Boston. 

For  the  extension  of  the  Washington  street  tunnel. 

For  the  use  of  the  Tremont  street  subway  by  trains. 

For  connections  between  the  subway,  the  tunnel  and 
the  Atlantic  avenue  loop  of  the  Boston  Elevated  Railway 
Company. 

For  the  establishment  of  a  station  at  Castle  street  on 
the  Washington  street  tunnel  route  of  the  Boston  Elevated 
Railway  Company. 

For  the  construction  of  a  subway  to  South  Boston. 

By  Chapter  94  of  the  Resolves  of  this  year  (see  Appen- 
dix C)  these  petitions  were  referred  to  the  Board  of  Rail- 
road Commissioners  and  this  Commission,  sitting  jointly,  to 
investigate  and  report  to  the  next  General  Court  on  the 
expediency  of  granting  any  or  all  of  them,  and  under  what 
conditions  and  restrictions,  if  any. 

Subsequently,  by  Chapter  110  of  the  Resolves  of  this 
year  (see  Appendix  D)  the  petition  of  the  Boston  and  Eastern" 
Electric  Railroad  Co.,  above  noted,  was  similarly  referred. 

By  Chapter  85  of  the  Resolves  of  this  year  (see  Appen- 
dix E)  the  same  joint  board  w^as  instructed  to  consider  whether 
or  not  it  is  advisable,  expedient,  and  in  the  public  interest 
to  provide  for  a  distribution  of  any  of  the  assets  of  the  West 
End  Street  Railway  Company  among  its  stockholders,  or  to 
change  the  terms  and  conditions  of  the  first  and  second  pre- 
ferred stock  to  be  issued  by  the  Boston  Elevated  Railway 
Company,  (suggested  amendments  to  chapter  551,  acts  of 
1908;)  to  authorize  the  Boston  Elevated  Railway  Company 
to  acquire  and  hold  the  stock  and  securities  of  other  street 
railway  companies,  etc.,  and  if  so,  under  what  conditions 
and  limitations;  and  to  authorize  the  Boston  Elevated  Rail- 
way Company  to  extend  its  elevated  railway  from  Sullivan 
square  to  the  city  of  Medford,  and  if  so,  under  what  condi- 
tions and  limitations. 
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The  report  of  the  Commission  on  Metropolitan  Improve- 
ments, so-called,  made  to  the  Legislature  of  1909,  was  by 
Chapter  113  of  the  Resolves  of  this  year  (see  Appendix  F) 
referred  to  a  joint  board  consisting  of  the  members  of  the 
Board  of  Railroad  Commissioners,  of  the  Board  of  Harbor  and 
Land  Commissioners,  of  the  Metropolitan  Park  Commission 
and  of  this  Commission,  with  instructions  to  make  a  final  re- 
port to  the  General  Court  on  or  before  Jan.  1,  1911,  a  pre- 
liminary report  being  required  on  or  before  January  1,  1910, 
as  to  whether  or  not  any  immediate  action  is  necessary  or 
desirable.  Upon  this  joint  board  is  also  conferred  the  powers 
and  duties  specified  in  the  resolve  of  1907  constituting  the 
Commission  on  Metropolitan  Improvements. 

Subway. 

The  Boston  Elevated  Railway  Co.  has  asked  and  re- 
ceived permission  to  construct  an  additional  sub-passage- 
way between  the  north  and  south  bound  platforms  at  the 
Boylston  street  station,  so  as  to  provide  that  a  passenger 
going  into  the  station  from  the  south  on  a  Tremont  street 
or  Shawmut  avenue  car  can  only  exchange  into  a  car  bound 
west  on  Boylston  street,  and  that  a  passenger  going  into 
the  station  from  east-bound  Boylston  street  cars  can  only 
exchange  into  a  car  bound  south  on  Tremont  street  or  Shaw- 
mut avenue;  or  in  other  words  the  object  is  to  prevent  the 
possibility  of  making  round  trips  for  a  single  fare. 

It  was  the  intent  of  the  Commission,  when  the  elevated 
train  service  was  withdrawn  from  the  subway,  to  make  a 
physical  connection  at  Scollay  square  between  the  tracks  of 
the  subway  and  those  of  the  East  Boston  tunnel.  This  work 
was  begun  in  1904,  but  was  soon  discontinued,  because  such 
a  connection  could  not  have  been  used  so  long  as  a  train 
•  service  existed  in  the  subway.  Further  delay  in  this  matter 
will  be  explained  by  the  following  communication  from  the 
Boston  Elevated  Railway  Company. 

Boston  Elevated  Railway  Co. 
President's  Office. 
101  Milk  St. 

Boston,  Mass.,  May  28,  1909. 
Boston   Transit  Commission,  Hon.  George   G.  Crocker,  Chairman, 
15  Beacon  St.,  Boston,  Mass. 

Dear  Sir: — Having  reference  to  your  communication  of  May  11th, 
current,  and  to  so  much  of  it  as  relates  to  a  connection  of  the  tracks  of 
the  East  Boston  Tunnel  with  those  of  the  Tremont  Street  Subway  at 
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grade,  we  think,  upon  consideration,  that,  because  of  the  various  matters 
which  by  a  provision  of  the  Legislature,  are  to  be  considered  by  your 
Honorable  Board  jointly  with  the  Railroad  Commissioners,  no  further 
action  ought  at  present  to  be  taken  concerning  these  tracks. 

Respectfully, 
Boston  Elevated  Railway  Company, 
By  (Signed)  Wm.  A.  Bancroft 

President. 

Payment  of  Rental  under  the  Toll  System. 

In  accordance  with  that  clause  of  the  lease  of  the  subway 
which  provides  that  if  in  any  one  quarter  the  amount  which 
the  Company  would  pay  for  rental,  reckoned  on  a  stated  toll 
for  each  car,  should  exceed  the  amount  reckoned  on  the  basis 
of  four  and  seven-eighths  per  cent,  of  the  cost,  the  Company 
shall  pay  such  excess,  the  following  was  received: 

Boston  Elevated  Railway  Co. 
Treasurer's  Office, 
101  Milk  St. 

Boston,  Mass.,  October  17,  1908. 
Mr.  B.   Leightox  Beal,  Secretary,  Boston  Transit  Commission,  20 
Beacon  St.,  Boston,  Mass. 

Dear  Sir: — I  wish  to  report  that  this  company  has  drawn  a  voucher 
in  favor  of  the  City  of  Boston  for  $11,578.17  being  additional  rent  due 
for  use  of  Tremont  St.  subway  for  the  year  ending  September  30,  1908. 

Of  this  sum  $3,426.59  was  for  the  quarter  ending  with  Dec.  31,  1907, 
$879.44  for  quarter  ending  March  31,  1908,  $3,709.47  for  quarter  ending 
June  30th,  1908  and  $3,562.67  for  the  quarter  ending  Sept.  30th,  1908, 
this  sum  being  due  as  provided  for  in  the  contract  dated  Dec.  7th,  1896, 
for  use  of  the  subway,  and  based  on  five  cents  per  trip  in  place  of  four 
and  seven-eighths  per  cent,  on  the  cost. 

Very  truly  yours, 
(Signed)  H.  L.  Wilson, 

Treasurer. 

The  payments  previously  made  amounted  to  $33,125.50, 
making  a  total  of  $44,703.67  thus  far  paid  on  account  of  the 
operation  of  the  toll  clause. 

RivERBANK  Subway. 

Chapter  573  of  the  acts  of  1907  makes  provision  for  the 
construction  of  an  east  and  west  tunnel  in  the  city  of  Boston, 
designated  in  the  act  as  the  Riverbank  Subway.  The  con- 
struction of  this  subway,  in  the  words  of  the  act,  is  to  be 
begun  ''at  such  time  after  the  expiration  of  one  year  from 
the  completion  of  the  tunnel  authorized  by  said  chapter  five 
hundred  and  thirty-four  (of  the  acts  of  1902,  Washington 
street  tunnel)  as  the  commission  and  the  company  may  agree 
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upon,  or  in  case  of  difference  as  the  board  (of  Railroad  Com- 
missioners) shall  determine  that  the  pubUc  interests  require; 
but  the  same  may  be  begun  at  any  time  which  the  commission 
and  the  company  may  agree  upon." 

The  following  correspondence  is  self-explanatory: 

Boston  Transit  Commission, 
15  Beacon  Street, 

Boston,  August  27,  1908. 
Boston  Elevated  Railway  Co.,  William  A.  Bancroft,  President. 

Dear  Sir: — Under  date  of  Feb.  24,  1908,  this  Commission  received 
a  communication  stating  that  the  Boston  Elevated  Railway  Company 
was  unable  to  agree  with  this  Commission  as  to  the  advisability  of  the 
immediate  construction  of  the  Riverbank  subway.  Under  date  of  August 
17  the  Commission  received  your  letter  stating  that  you  expect  to  have 
the  Cambridge  Main  street  subway  finished  within  three  years  and  hoped 
that  the  Beacon  Hill  tunnel  will  be  finished  within  the  same  period. 

Legislation  in  relation  to  these  subways  contemplates  that  they 
shall  both  be  brought  to  a  terminal  at  or  near  the  present  Park  street 
station.  It  appears  that  the  terminals  for  these  two  subways  should 
be  planned  together  and  that  their  construction  and  the  construction 
of  the  tracks  approaching  them,  so  far  as  they  may  adjoin,  should  in 
the  interest  of  economy  be  carried  on  at  the  same  time. 

Will  you  please  consider  this  matter  and  at  your  early  convenience 
make  known  your  views  in  relation  to  it. 

Yours  truly, 
(Signed)         George  G.  Crocker 

Chairman. 

Boston  Elevated  Railway  Co. 
President's  Office. 
101  Milk  St. 

Boston,  Mass.,  Sept.  16,  1908. 
Boston  Transit  Commission,  George  G.  Crocker,  Chairman,  15  Beacon 
St.,  Boston,  Mass. 

Dear  Sir: — In  further  response  to  yours  of  August  27th,  ult.,  in 
re  Beacon  Hill  tunnel,  I  am  authorized  to  say  that  we  do  not  think  it 
clear  that  the  two  tunnels  contemplated  by  the  Act  of  1907  are  neces- 
sarily to  use  the  same  terminal,  if  indeed,  that  is  what  you  have  in  mind 
in  your  letter.  Neither  is  it  clear  that  these  two  subways  should  neces- 
sarily be  planned  together,  either  in  the  interest  of  economy  in  construc- 
tion, or  efficiency  in  operation.  Existing  conditions  may  be  altered 
before  the  time  for  the  construction  of  the  Riverbank  Subway,  and  the 
portion  thereof  under  Beacon  Hill,  is  reached. 

We  shall,  of  course,  be  glad  to  discuss  the  matter  with  you. 

Respectfully, 
Boston  Elevated  Railway  Company, 
By  (Signed)  Wm,  A.  Bancroft 

President. 

Cambridge  Connection. 

At  the  date  of  this  report,  work  on  the  Cambridge  Con- 
nection (the  Boston  end  of  the  Cambridge  Main  street  sub- 
way) is  suspended,  awaiting  the  decision  of  the  Supreme  Court 
on  an  application  for  an  injunction. 
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January  14,  1909,  the  opinion  of  the  Boston  Elevated 
Railway  Company  was  asked  as  to  the  desirabihty  of  con- 
structing the  tunnel  under  Beacon  Hill  with  a  single  tube 
or  with  double  tubes,  and  the  reply  of  this  company  was 
received  February  9  favoring  one  double  track  tube,  and 
not  two  single  track  tubes. 

In  accordance  with  this  opinon,  specifications  were  pre- 
pared for  the  construction  of  Section  1  of  the  connection, 
extending  from  a  point  in  the  vicinity  of  Phillips  and  Grove 
streets  to  a  point  under  the  Common  about  320  feet  west 
of  the  Park  street  station  of  the  subway.  Bids  based  upon 
these  specifications  were  opened  March  30,  and  on  April  6 
the  bid  of  Patrick  McGovern,  being  the  lowest,  was  accepted. 

Prior  to  this  a  petition  had  been  presented  to  the  Legis- 
lature, asking  that  the  Commission  be  required  to  change 
the  Boston  terminus  of  the  connection  from  Park  street  to 
Scollay  square.  The  petitioners  were  given  leave  to  withdraw, 
and  this  report  was  accepted  by  the  Legislature,  the  last 
action  thereon  being  on  April  27. 

The  Commission  received  letters,  March  8  from  Herbert 
Parker,  and  March  23  from  Codman  &  Street,  asking  for  a 
delay  in  the  work,  in  the  one  case  until  a  legislative  decision 
had  been  reached  upon  the  pending  petition,  and  in  the 
other  until  a  further  hearing  could  be  given  to  property 
owners  in  the  vicinity  of  Scollay  square.    These  letters  follow : 

March  6,  1909. 

Hon.  George  G.  Crocker,  Chairman  Boston  Transit  Commission,  15 
Beacon  Street,  Boston,  Mass. 

My  Dear  Sir: — Mr.  Anson  M.  Lyman  and  myself  are  acting  as 
counsel  for  various  persons  and  associations  actively  interested  in  se- 
curing legislation,  or  other  official  action,  that  shall  fix  the  terminal  of 
the  Cambridge  Subway  at  Scollay  Square  rather  than  at  Park  Street, 
as  is,  we  are  now  informed,  contemplated  by  the  consideration  of  the 
Transit  Commission. 

A  bill  has  been  introduced,  and  is  now  under  consideration  by  the 
Committee  on  Metropolitan  Affairs.  Of  course,  I  cannot  say,  and  have 
no  right  to  anticipate  what  conclusion  the  Committee  or  the  Legislature 
may  arrive  at,  but,  pending  this  inquiry,  and  while  the  question  is  under 
consideration  by  the  Committee  and  the  General  Court,  Mr.  Lyman 
and  myself,  acting  in  behalf  of  our  clients,  and  in  accordance  with  what 
we  believe  to  be  a  very  general  public  sentiment,  feel  that  we  may,  with- 
out impropriety,  respectfully  urge  upon  the  Transit  Commission  that 
it  should  suspend  the  making  of  any  contracts,  or  the  consummation  of 
any  plan  fixing  Park  Street  as  the  terminal  of  the  Cambridge  Subway, 
and  that  the  Commission  should  withhold  any  further  action  until  the 
Legislature  shall  have  passed  upon  the  pending  important  questions. 

We  believe  that  the  situation  is  somewhat  analagous  to  that  of 
litigation  in  the  Courts,  where  property  that  is  the  subject  of  such 
litigation  should  be  kept  in  statu  quo  until  the  determination  of  the  cause. 
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I  am  sure  that  you  will  know  that  I  make  these  suggestions  with 
the  greatest  respect  for  you,  and  for  your  Board,  and  I  believe  that  you 
will  consider  the  suggestions  justifiable,  and  I  venture  to  hope  that  they 
may  commend  themselves  to  your  consideration.    I  am, 

Very  respectfully  yours, 
(Signed)  Herbert  Parker 

Boston,  March  22nd,  1909. 
Boston  Transit  Commission,  20  Beacon  St.,  Boston. 

Gentlemen: — The  property  owners  along  Cambridge  and  Court 
Sts.  and  the  adjacent  district  thereto  feel  very  strongly  that  a  great 
error  is  being  made  by  not  making  a  subway  under  Cambridge  St.  through 
Bowdoin  Sq.  to  ScoUay  Sq.,  instead  of  by  a  tunnel  under  Beacon  Hill. 

In  our  opinion  a  tunnel  under  the  Hill  will  diminish  the  values  north 
of  the  Hill  and  only  another  subway  through  that  district  can  bring  them 
back  again.  We  feel  it  an  injustice  to  this  district  and  a  great  mistake 
to  concentrate  travel  afr  Park  St.  iC= 

We  have  been  requested  by  a  number  of  property  owners  to  find 
out  from  you  if  it  is  too  late  to  stop  the  work  on  the  tunnel,  and  to  give 
them  a  hearing  at  an  early  date  if  the  work  has  not  gone  too  far. 

Thanking  you  in  anticipation  of  your  reply,  we  remain 

Yours  very  truly, 
(Signed)  Codman  &  Street 

The  following  replies  were  made  by  the  Commission: 

Boston  Transit  Commission, 
15  Beacon  Street, 

Boston,  March  9th,  1909. 

Hon.  Herbert  Parker.  910  Barristers  Hall. 

Dear  Sir: — Your  letter  of  March  6th  relating  to  a  change  in  the 
Boston  terminal  of  the  Cambridge  Main  street  subway  was  laid  before 
the  Commission  at  its  meeting  this  morning,  and  I  am  instructed  to 
reply  that  the  Commission  has  never  considered  it  proper  for  it  to  dis- 
continue work  authorized  by  the  Legislature  simply  because  the  question 
of  making  alterations  in  the  law  has  been  submitted  to  the  Legislature 
for  its  consideration.  If,  when  such  questions  are  raised,  the  Commis- 
sion should  discontinue  work  awaiting  the  decision  of  the  Legislature 
thereon,  the  result  would  be  serious  and  expensive  delays.  The  only 
proper  course  for  the  Commission  to  take  seems  to  be  to  carry  on  the 
authorized  work  with  all  reasonable  expedition  until  such  time,  if;'.any, 
as  the  Legislature  may  otherwise  order. 

Bids  for  the  construction  of  a  large  part  of  the  said  subway  con- 
nection were  advertised  for  last  week,  and  are  to  be  opened  on  March  30, 
and  shortly  after  that  time,  unless  otherwise  ordered  by  the  Legislature, 
a  contract  for  construction  will  be  awarded. 

I  trust  that  you  will  appreciate  that  the  Commission  would  not  be 
justified  in  adopting  any  other  course. 

Yours  very  truly, 
(Signed)  George  G.  Crocker 

Chairman. 

Boston  Transit  Commission, 
15  Beacon  Street, 

Boston,  March  23,  1909- 

Messrs.  Codman  &  Street,  15  State  street. 

Gentlemen: — In  reply  to  your  communication  of  the  22nd  inst. 
I  am  instructed  by  the  Commission  to  say  that  an  advertised  public 
hearing  on  the  location  of  the  Cambridge  Connection  was  held  on  De- 
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cember  18th,  1906,  and  on  February  14,  1907,  the  Commission  fixed 
the  terminus  at  Park  street. 

Since  that  time  tlie  Commission  has  been  at  work  preparing  plans, 
making  borings,  etc.,  and  recently  commenced  the  work  of  excavation. 

By  direction  of  the  Commission  I  send  you  a  copy  of  a  letter  to  Hon. 
Herbert  Parker,  who  made  an  inquiry  somewhat  similar  to  yours. 

Yours  truly, 
(Signed)  B.  Leighton  Beal 

Secretary. 

The  Commission  was  further  influenced  in  its  action  by  the 
beUef  that,  having  once  determined  that  the  terminus  should 
be  at  Park  street,  and  the  Boston  Elevated  Railway  Company 
having  accepted  such  decision  by  failing  to  exercise  its  right 
to  appeal  to  the  Railroad  Commissioners  within  three  days 
from  the  date  thereof,  the  power  of  the  Commission  in  the 
premises  was  exhausted. 

April  8,  1909,  subsequent  to  the  award  of  the  contract 
for  Section  1  to  Patrick  McGovern,  but  prior  to  the  execution 
and  delivery  of  such  contract,  a  bill  in  equity  was  filed  in  the 
Supreme  Court  asking  the  Court  to  enjoin  the  Commission 
from  making  the  terminus  at  Park  street.  Various  grounds 
were  assigned,  some  of  which  involved  the  constitutionality  of 
the  act.  The  matter  was  heard  before  a  single  Justice  of  the 
Supreme  Court  and  by  him  reported  to  the  Full  Bench,  which, 
at  the  date  of  this  report,  still  has  it  under  consideration. 

The  Commission  expressed  the  opinion  in  its  last  annual 
report  that  a  simple  enlargement  by  one-third  of  the  existing 
stairway  coverings  on  the  Common  would  not  properly  ac- 
commodate the  traffic  that  would  be  brought  to  the  vicinity 
of  Park  street,  and  that  it  would  be  necessary  to  make  further 
openings  in  the  Common  for  entrances  and  exits.  It  was  felt 
that  such  openings,  if  made,  would  need  protection  of  some 
sort,  and  accordingly,  in  January,  the  Corporation  Counsel 
was  consulted  as  to  whether  the  provision  in  the  act  prohibit- 
ing the  erection  of  ^'structures"  on  the  Common  would  be  vio- 
lated by  placing  fences  around  such  entrances  and  exits,  to 
which  inquiry  he  gave  an  oral  opinion  in  the  negative. 

East  Boston  Tunnel. 
Toll  Receipts. 

The  following  is  a  statement  of  the  receipts  from  tolls  and 
the  cost  of  collection  of  the  same  for  the  year  ending  June  30, 
1909: 
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July  1,  1908,  to  July  31,  1908: 

Receipts   $9,505.39 

Cost   1,481.88 

Net   $8,023.51 

Aug.  1,  1908,  to  Oct.  31,  1908: 

Receipts   $30,380.66 

Cost   4,488.34 

Net   25,892.32 

Nov.  1,  1908,  to  Jan.  31,  1909: 

Receipts      ........  $32,247.75 

Cost   4,460.45 

Net   27,787.30 

Feb.  1,  1909,  to  Apr.  30,  1909: 

Receipts   $31,094.00 

Cost   4,418.72 

Net   26,675.28 

May  1,  1909,  to  June  30,  1909 : 

Receipts   $22,261.61 

Cost   2,976.17 

Net   19,285.44 


Total   $107,663.85 


Cost  includes  wages,  cost  of  exit  tickets,  cost  of  entrance 
tickets,  power  for  lighting  and  heating,  cost  of  necessary  ac- 
counting, proportion  of  indemnity  insurance  premiums  on 
bonds  of  collectors,  toll  collectors  and  ticket  sellers. 

The  Boston  Elevated  Railway  Company  paid  in  rentals  in 
1908,  $51,685,09,  being  according  to  the  statute  three-eighths 
of  one  per  cent,  of  its  gross  receipts  for  one  year. 

Sinking  Funds. 

The  following  is  the  condition  of  the  debt  and  of  the  sink- 
ing funds  for  the  various  divisions  of  the  work  of  the  Commis- 
sion at  the  date  of  this  report,  as  stated  by  the  City  Treasurer: 

Subway  (Including  Alterations.) 

{Debt,  $4,416,000,  outdde  debt  limit.) 

Amount  of  fund,  July  1,  1908     ....  $1,039,772.95 
Interest  on  bank  deposits,  July  1,  1908,  to  date  $3,490.39 
Interest  on  investments,  July  1,  1908,  to  date  .  33,420.00 
Revenue,  etc.,  July  1,  1908,  to  date    .      .      .  63,664.62 

100,575.01 


$1,140,347.96 
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Charlestown  Bridge,  No.  1. 
{Debt,  $750,000,  inside  debt  limit.) 


Amount  of  fund,  July  1,  1908      ....  $147,537.23 
Interest  on  bank  deposits,  July  1,  1908,  to  date  $298.35 
Interest  on  investments,  July  1,  1908,  to  date  .  5,155.00 

Requirement  for  debt  8,107.00 

  13,560.35 


$161,097.58 

Charlestown  Bridge,  No.  2. 
{Debt,  $805,000,  outside  debt  limit.) 


Amount  of  fund,  July  1,  1908      ....  $180,649.21 
Interest  on  bank  deposits,  July  1,  1908,  to  date  $526.67 
Interest  on  investments,  July  1,  1908,  to  date  .  5,611.00 
Revenue,  etc.,  July  1,  1908,  to  date    .      .      .  1,433.36 

Requirement  for  debt   6,204.00 

  13,775.03 


$194,424.24 

East  Boston  Tunnel.  . 

{Debt,  $3,193,000,  outside  debt  limit.) 

Amount  of  fund,  July  1,  1908      ....  $182,961.98 
Interest  on  bank  deposits,  July  1,  1908,  to  date  $1,950.75 
Interest  on  investments,  July  1,  1908,  to  date  .  4,375.00 
Revenue,  etc.,  July  1,  1908,  to  date    .      .      .  52,272.23 

  58,597.98 


$241,559.96 

Boston  Tunnel  and  Subway. 

(Washington  Street  Tunnel  ) 

{Debt,  $8,256,700,  outside  debt  limit.) 

Amount  of  fund,  July  1,  1908      ....  $232,133.18 
Interest  on  bank  deposits,  July  1,  1908,  to  date  $2,899.28 
Interest  on  investments,  July  1,  1908,  to  date  .  4,314.50 
Revenue,  etc.,  July  1,  1908  to  date     .      .      .  50.977.64 

Premium,  sale  of  bonds   9,099.00 

  67,290.42 


$299,423.60 

Riverbank  Subway. 
{Debt,  $5,000,  outside  debt  limit.) 

No  fund. 


Rapid  Transit — Cambridge  Connection 

{Debt,  $350,000,  outside  debt  limit.) 

Amount  of  fund,  April  30,  1909   

Interest  on  bank  deposits,  April  30,  1909,  to  date 


$10,615.50 
33.49 


$10,648.99 
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Amounts  Paid  for  Rental  of  the  Subway. 


The  following  sums  have  been  paid  during  the  year  by  the 
Boston  Elevated  Railway  Company  for  the  use  of  the 
subway: 

Sept.  30,  1908: 

Net  cost  of  subway  $4,100,803,  .47 

One  quarter's  rental  

Alterations :  net  cost   242,673 . 93 

One  quarter's  rental  

Dec.  31,  1908: 

Net  cost  of  subway   4,100,803.47 

One  quarter's  rental  

Alterations :  net  cost   242,673.93 

One  quarter's  rental  

March  31,  1909: 

Net  cost  of  subway   4,100,803.47 

One  quarter's  rental  

Alterations :  net  cost   242,673.93 

One  quarter's  rental  

June  30,  1909 : 

Net  cost  of  subway   4,100,864.27 

One  quarter's  rental  

Alterations:  net  cost  .      .      .      ,      .  242,673.93 

One  quarter's  rental  


Received  on  toll  account 


$49,978.54 
2,957.59 

49,978.54 
2,957.59 

49,978.54 
2,957.59 

49,979.28 

2,957.59 

$211,745.26 
11,578.17 


STATEMENT  OF  EXPENSES. 

The  following  is  a  classified  statement  of  the  expenses  of 
the  Commission  for  the  year  ending  June  30,  1909: 

SUBWAY. 

Field  supplies   $60 . 80  $60 . 80 

EAST  BOSTON  TUNNEL. 

General  Expenses: 

Office — Stationery  and  printing      .      .  $19.03 

Supplies   1.94 

  20.97 

Engineering  Department. 

Rooms — Supplies   $227 . 53 

Stationery  and  printing        .      .  19.03 

Skilled  service   3,693.99 

  3,940.55 

Miscellaneous. 

Field  supplies   $649.92 

Labor   3,091 . 10 

Teaming   118.12 

  3,859.14 

Carried  forward   ......  $7,881.46 
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Brought  forward  

Section  A. 

Labor   $0 . 23 

Section  B, 

Construction   $728 . 44 

Field  supplies   533 . 73 

Labor   991.77 

Office  supplies   827 . 78 

Skilled  service   354.96 

Water  pipes   36.05 

Section  C. 

Field  supplies   $2,613.32 

Credit: 

Construction   44 . 50 

Section  D. 

Field  supplies   $77.93 

Section  F. 

Advertising     .      .      .      .      .            .  $3.85 

Construction  '  2,928.82 

Field  supplies   15.15 

Inspection   25 . 81 

Labor   91.29 

Skilled  service   9 . 00 


Credit : 

Transfer  to  Boston  Tunnel  and  Subway . 


$3,073.92 
408.00 


$7,881.46 
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3,472.73 


2,568.82 


77.93 


2,667.92 


BOSTON  TUNNEL  AND  SUBWAY. 


General  Expenses : 
Office — Lighting  . 

Printing  . 

Rental 

Repairs  . 

Stationery-supplies 

Telephone-telegraph 
Stenographers 


Clerks 

Salaries  of  Commissioners  and  Secretary 


Transferred  to  Cambridge  Connection 


$79.44 
1,292.48 
3,000.00 
16.30 

474.81 

120.20 
2,981.04 

936.00 
1,040.00 
23,917.00 

$33,857.27 
4,004.59 


29,852.68 


Engineering  Department. 


Rooms — Fuel  . 

Furniture 
Lighting 


$98.27 
23.26 
559.26 


Carried  forward 


$680.79  $46,521.77 
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Brought  forward 
Printing 
Rental 

Stationery-supplies 
Telephone-telegraph 


Transfers : 

Advertising 

Borings : 
Labor 
Materials 

Stock  . 

Water  pipes 


$8.49 

475.18 
15.42 
3,985.99 
35.45 


$680.79 
2,381.09 
3,333.32 
1,263.65 
328.88 


Miscellaneous. 

Chief  Engineer   $10,500 . 00 

Field  supplies   277.58 

Instruments   53 . 50 

Insurance    100 . 00 

Labor   5,969 . 13 

Legal  and  expert  advice       ....  864 . 34 

Messengers   1,571 . 12 

Skilled  service   25,324.44 

Stenographers   2,951.76 

Teaming    168.92 

Testing                                               .  460.56 

Tools   173.47 

Travel   12.67 


$48,427.49 


4,520.53 


$46,521.77 


7,987.73 


43,906.96 


Section  One. 

{From  westerly  side  of  A  sh  street  opposite  Nassau  street  to  a 
point  in  Washington  street  near  southerly  side  of  Eliot  and 
Kneeland  streets.) 

Construction   $502.08 

Field  supplies   306.80 

Labor   685.60 

Legal  and  expert  advice       ....  5 . 00 

Lighting   54 . 56 

Property  damages :  Takings              .      .  44,500.00 

Skilled  service   77.63 

Teaming   4.60 


Section  Two. 

(From  near  the  southerly  side  of  Eliot  and  Kneeland  streets 
to  near  the  northerly  side  of  Boylston  street.) 

Boylston  street  station: 

Chas.  R.  Gow  Co.  (Contract  No.  311)    .  $1,079 . 51 

Miscellaneous   7,121.18 

Construction   698 . 35 

Field  suppHes   2.23 

Labor   273.30 

LaGrange  street  station: 

Miscellaneous   1,966.23 


46,136.27 


Carried  forward 


$11,140.80  $144,552.73 
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Brought  forward 
Paving 

Skilled  service 

Stationery-supplies 

Tools 

Water  pipes 


$11,140.80  $144,552.73 
49.79 
210.70 
1.12 
8.40 
10.49 


Section  Three. 

(From  near  the  northerly  side  of  Boylston  street  to  about  30 
feet  north  of  the  northerly  side  of  Hay  ward  place.) 

Construction   $298.47 

Essex  street  station: 

Miscellaneous   8,850.15 

Hayward  place  station : 

Chas.  R.  Gow  Co.  (Contract  No.  315)  828.93 

Miscellaneous   3,367.54 

Labor   129.11 

Paving   82.87 

Skilled  service   209 . 52 

Stationery-supplies   2 . 50 

$13,769.09 

Credit: 

Water  pipes   21.76 


Section  Four. 

(From  about  30  feet  north  of  Hayward  place  to  about  50  feet 
south  of  Franklin  street.) 

Construction   $1,059.91 

Insurance   '35.50 

Labor   282.42 

Lighting    17.30 

Pa^^ng   1,229.63 

Property  damages :  Takings        .            .  156,643.12 

Skilled  service   398.69 

Stationery-supplies   2 . 94 

Summer  street  station : 

Patrick  McGovern  (Contract  No.  322)    .  203.00 

Miscellaneous   7,289.06 

Temple  place  station : 

John  E.  Palmer  (Contract  No.  309)  499.44 

Miscellaneous   2,802.88 

Tools   13.53 

Water  pipes   312.93 

Winter  street  station : 

Patrick  McGovern  (Contract  No.  316)    .  1,182.87 

Miscellaneous   8,133.23 


Section  Five, 

{From  about  50  feet  south  of  Franklin  street  to  near  Court 
avenue.) 

Coleman  Bros.  (Contract  No.  240)      .      .  $4,919.53 

Alterations   16.15 

Constructon   1,200.24 


11.421.30 


13,747.33 


180,106.45 


Carried  forward 


$6,135.92 


$349,827.81 
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Brought  forward   $6, 135 . 92      $349,827 . 81 

Damages   650.00 

Field  supplies   67 . 40 

Franklin  street  station: 

Miscellaneous   2,230.57 

Labor   1,460.03 

Legal  and  expert  advice  64 . 44 
Old  South  Meeting  House  station : 

Coleman  Bros.  (Contract  No.  294)  .  3,206.30 

Miscellaneous   13,011.05 

Paving   51 . 12 

Property  Damages :  Takings  3,499.30 

Skilled  service   323.55 

Stationery-supplies   2 . 25 

Telephone-telegraph   .20 

Tools   5.78 

Water  pipes   20.31 

Water  street  station : 

,   Coughlan  &  Shells  Co.  (Contract  No.  319)  186.56 

Miscellaneous   1,542 . 74 

  32,457.52 


Section  Six. 


{From  near  Court  avenue  to  the  north  side  of  the  East  Boston 
tunnel.) 

Patrick  McGovern  (Contract  No.  308)  $2,457.76 

Coleman  Bros.  (Contract  No.  333)  291.47 

Coleman  Bros.  (Contract  No.  337)  49.56 

Coleman  Bros.  (Contract  No.  348)  357.40 

Coleman  Bros.  (Contract  No.  352)      .      .  849.11 

Reno  Inclined  Elevator  Co.  (Contract  No.  346)  5,298.00 

Reno  Inclined  Elevator  Co.  (Contract  No.  347)  7,706.00 

Wm.  H.  Smith  (Contract  No.  338)     .      .  8,171.12 

E.  B.  Badger  &  Sons  Co.  (Contract  No.  360)  1,494.00 

Alterations   117.76 

Construction   7,770.04 

Damages  .........  100.00 

Field  supplies   308.02 

Labor   12,111.21 

Lighting   217.70 

Paving   3,787.82 

Skilled  service   477 . 73 

Stationery-supplies   2 . 78 

Teaming   1 . 40 

Telephone-telegraph      .  5.01 

Tools   66.91 

Water  pipes   1,434.75 


53,075 . 55 


Section  Seven. 

(From  the  north  side  of  the  East  Boston  tunnel  to  150  feet 
north  of  State  street.) 

Construction   $73 . 50 

Labor   183 . 05 

Paving   885.37 

Skilled  service   61 . 13 


Carried  forward 


$1,203.05 


$435,360.88 
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Brought  forward   $1,203.05 

Tools   4.83 

Underpinning   17.75 

Water  pipes   22 . 84 


Section  Eight. 
{From  150  feet  north  of  State  street  to  Hanover  street. 


Adams  square  station; 

Miscellaneous 
Construction 
Damages  . 
Field  supplies 
Labor 
Lighting  . 
Pa\dng 

Skilled  service 
Tools 

Water  pipes 


Credit: 

Portland  street  sewer : 

Coleman  Bros.  (Contract  No. 


$725.66 
267.54 
500.00 
.45 
523.11 
92.96 
1,677.85 
73.45 
8.77 
2.58 

$3,872.37 


258) 


50.40 


Section  Nine. 
{From  Hanover  street  to  Hay  market  square.) 


James  J.  Coughlan  Construction  Co.  (Con- 

tract No.  263)  

$4,207 

86 

Wm.  H.  Smith -Co.  (Contract  No.  366) 

3,497 

25 

Alterations  

215 

39 

Construction  

3,496 

29 

Damages  

86 

03 

Field  supplies  

85 

79 

Labor   

3,620 

73 

Lighting  

105 

93 

Paving  

272 

85 

Skilled  service  

360 

26 

Telephone-telegraph  

1 

20, 

Testing  

711 

89 

Tools  

29 

85 

Union  street  station : 

J.  J.  Coughlan  Construction  Co.  (Con- 
No.  263)  

W.  A.  Murtfeldt  Co.  (Contract  No.  321)  . 

Miscellaneous  

Water  pipes  


175.72 
111.75 
17,920.58 
47.79 


$435,360.88 


1,248.47 


3,821.97 


34.947.16 


Section  Ten. 

{In  Haymarket  square  for  a  length  of  about  300  feet,  on  the 
easterly  side  of  the  old  subway.) 


Coleman  Bros.  (Contract  No.  269) 
Hugh  Na'WTi  Contracting  Co.  (Contract 
No.  363)  

Carried  forward  


$1,261.81 
1,178.50 


$2,440.31  $475,378.48 
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Brought  forward   $2,440.31 

New  England   Structural   Co.  (Contract 

No.  362)   1,043.08 

Construction   397.00 

Damages   625.00 

Field  supplies   1.11 

Fuel   1.75 

Inspection   21.03 

Labor   424.91 

Lighting   29.89 

Paving   133.33 

SkiUed  service   508s  37 

Teaming   17.25 

Tools   26.90 


Section  Eleven. 

{From  the  northerly  side  of  Section  Ten  to  portal  of  old 
subway.) 

American  Bridge  Co.  (Contract  No.  350)   .  $11,320.57 

Coleman  Bros.  (Contract  No.  285)      .      .  1,498.06 

Coleman  Bros.  (Contract  No.  357)      .      .  16,082.27 

Coleman  Bros.  (Contract  No.  364)      .      .  347.75 

Coughlan  &  SheUs  Co.  (Contract  No.  329)  2,960 . 17 
Hugh  Nawn  Contracting  Co.  (Contract 

No.  365)   130,115.44 

John  E.  Palmer  (Contract  No.  351)  .  7,774.08 

Advertising   34 . 83 

Alterations   75 . 78 

Construction   13,823.99 

Field  supplies   212.86 

Fuel   14.00 

Inspection   80 . 00 

Instruments   11.10 

Labor   5,015 . 10 

Lighting   29.00 

Paving   800.50 

Protection  of  tenants   59 . 79 

Skilled  service   3,265.00 

Stationery-suppUes   20.17 

Teaming   44.72 

Telephone-telegraph   1 . 19 

Tools   99.36 

Relief  station :  Alterations  and  Additions : 

Kendall,  Taylor  &  Co.,  Architects  .  972.84 

Whitcomb  &  Kavanaugh  .      .  21,481.54 

Ingalls.&  Kendricken       ....  3,619.43 

Wm.  H.  Mitchell  &  Son  Co.     .      .      .  2,679 .40 

T.  T.  KeUy&Co   723.91 

Miscellaneous   4,705.93 

Underpinning   4 . 22 


Section  Twelve. 

{Everything  north  of  the  northerly  line  of  the  original  building 
of  the  Relief  Station  of  the  Boston  City  Hospital.) 

Chas.  R.  Gow  Co.  (Contract  No.  330)        .  $1,662.84 

Construction   3.00 

Labor   28.98 

Cq^rried  forward  $1,694.82 


$475,378.48, 


5,669.93 


227,873.00 


$708,921.41 
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Brought  forward   $1,694.82  $708,921.41 

Paving   70 . 13 

Travers  street  sub-passageway : 

Hugh  Nawn  Contracting  Co.  (Contract 

No.  345)   2,558.89 

Miscellaneous   2,807 . 93 


Pleasant  Street  Changes. 


7,131.77 


Changes  made  necessary  to  adapt  the 
Tremont  street  subway  for  use  by  sur- 
face cars  after  the  removal  of  the  elevated 
train  service  therefrom  to  the  Washington 

street  tunnel  (Chap.  534,  Acts  1902)      .        $4,631.93  4,631.93 


RIVERBANK  SUBWAY. 


Office  Expenses: 

Printing   $57 . 10 

Stationery-supplies   5.81 

  62.91 

Engineering  Expenses: 

Printing   $57 . 10 

Skilled  service   219 . 33 

Stationery-supplies   5 . 82 

  282.25 


CAMBRIDGE  CONNECTION. 


Office  Expenses : 

Printing   $19.03 

Stationery-supplies   11.33 

Stenographer   10 . 00 

Proportion  of  General  Expenses  trans- 
ferred from  Boston  Tunnel  and  Subway  4,004 . 59 

  4,044.95 

Engineering  Expenses : 

Advertising   $30.90 

Borings : 

P.  J.  Healey   904.40 

Labor   1,096.14 

Materials   16.17 

Chief  Engineer   1,500.00 

Damages   30.66  * 

Field  supplies   23 . 34 

Furniture     .      -.   7.24 

Inspection   21 . 16 

Instruments   74 . 03 

Labor   521.00 

Lighting   1 . 63 

Messengers   182.90 

Printing   72 . 69 

Rental   15.00 

Skilled  service   9,574.16 

Stationery-supplies   273 . 69 

Stenographers   408 . 44 

Stock   2,007.02 


Carried  forward 


$16,760.57 


$725,075.22 
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Brought  forward 
Telephone-telegraph 
Tools  . 
Water  pipes 


$16,760.57 
34.80 
1.82 
35.45 


$725,075.22 


16,832.64 


Section  One. 

(From  a  point  about  130  feet  northwesterly  from  the  corner 
of  Grove  and  Phillips  streets  to  a  point  on  Boston  Com- 
mon about  220  feet  southeasterly  from  Beacon  street.) 


John  E.  Palmer  (Contract  No.  368) 
Phoenix  Iron  Co.  (Contract  No.  380) 
Advertising 
Alterations 
Borings 
Construction 
Field  supplies 
Inspection 
Labor 
Lighting 
Printing 
Rental 
Teaming 
Tools 


$6,102.77 
712.87 
91.10 
36.00 
261.97 
5,395.06 
1,285.93 
69.96 
23.00 
137.30 
361.54 
45.00 
972.40 
20.82 


15,515.72 


Interest. 


Boston  Tunnel  and  Subway 
Riverbank  Subway 


Grand  Total 


$234,314.05 
100.00 


234,414.05 
$991,837.63 


SUMMARY. 


Subway — Subway 
Commission 
Part  of  General 

Expenses 
Engineering  and 
Miscellaneous 
Section  One 
Two 

Three  . 
Three  and 
one  half 
Four 
Five 
Six 

Seven  . 
Eight 
Eight  and 
one  half 


From  Beginning 
of  work  to 
June  30,  1908. 

$14,131.16 

117,473.24 

407,475.48 
239,407 . 12 
363,605 . 50 
300,639.36 

9,355.70 
469,620.33 
388,894.69 
327,541.86 
231,504.27 
95,888.08 

76,639.47 


June  30,  1908, 
to 

June  30,  1909. 


$60.80 


Total. 


$14,131.16 

117,473.24 

407,475.48 
239,407.12 
363,605.50 
300,639.36 

9,355.70 
469,620.33 
388,955.49 
327,541.86 
231,504.27 
95,888.08 

76,639.47 


Carried  forward      $3,042, 176 . 26 


$60.80  $3,042,237.06 
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Brought  forward 
Section  Nine 
Ten 

Eleven  . 

Interest 


Transfer  to  Altera- 
tions,  see  11th 
report 

Total 

Alterations  —  Part 
of  General  Ex- 
penses 

Section  Three 
Four 
Five 
Seven 
Nine 
Ten 

Interest 
Transfer  from  Sub- 
way, see  11th  re- 
port 

Total 

Charlestown  Bridge : 
Total 

East  Boston  Tun- 
nel— Part  of  Gen- 
eral Expenses 
Engineering  Ex- 
penses 
Section  A  . 

B  . 

C  . 

D  . 

E  . 

F  . 

Interest 
Total 


From  Beginning 

of  work  to 
June  30,  1908. 

$3,042,176.26 
299,452.07 
254,497.88 
270,310.57 
258,575.60 

$4,125,012.38 


4.95 

$4,125,007.43 


$28,945.53 
2,568.26 
163.42 
30,233.01 
178,516.16 
3.00 
534.04 
1,905.56 


4.95 
$242,873.93 


$1,570,197.98 


$161,010.72 

176,530.01 
98,866.61 
1,367,308.20 
491,778.39 
244,745.05 
188,201.14 
232,232.36 
248,156.88 

$3,208,829.36 


June  30.  1908, 
to 

June  30,  1909. 
.  $60.80 


Total. 

$3,042,237.06 
299,452.07 
254,497.88 
270,310.57 
258,575.60 


$60.80  $4,125,073.18 


$20.97 

7,799.69 
23 

3,472.73 
2,568.82 
77.93 

2.667.92 


4.95 


$60.80  $4,125,068.23 


$28,945.53 
2,568.26 
163.42 
30,233.01 
178,516.16 
3.00 
534.04 
1,905.56 


4.95 
$242,873.93 


$1,570,197.98 


$161,031.69 

184,329.70 
98,866.84 
1,370,780.93 
494,347.21 
244,822.98 
188,201 . 14 
234,900.28 
248,156.88 


$16,608.29  $3,225,437.65 


Boston  Tunnel  and 
Subway — Part 
of  General  Ex- 
penses 
Engineering  Ex- 
penses 
Section  One 
Two 
Three 
Four 
Five 


$182,004.87 

355,167.28 
778,753.51 
626,078.88 
446,498.50 
1,536,904.23 
998,230.78 


$29,852.68 

51,894.69 
46,136.27 
11,421.30 
13,747.33 
180,106.45 
32,457.52 


$211,857.55 

407,061.97 
824,889.78 
637,500.18 
460,245.83 
1.717,010.68 
i;030,688.30 


Carried  forward 


$4,923,638.05 


$365,616.24 


$5,289,254.29 
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From  Beginning 

June  30,  1908, 

of  work  to 

to 

Total. 

June  ou,  lyuo. 

June  oU,  iyuy. 

Brought  forward 

$4,923,638.05 

$365,616.24 

$5,289,254,29 

53  075  55 

321  Q4S  64 

Seven  . 

137,838.67 

1,248.47 

139,087.14 

Eight 

490,757 .46 

3,821 .97 

AC\  A    C^Ci     A  O 

494,579 .43 

Nine 

508,923.44 

34,947.16 

543,870.60 

Ten 

133,693.76 

5,669.93 

139,363.69 

Eleven  . 

108,261.59 

227,873.00 

336,134.59 

Twelve  . 

38,281.50 

7,131.77 

45,413.27 

Pleasant  street  . 

4,631.93 

4,631.93 

Interest 

413,865.76 

234,314.05 

648,179.81 

Total 

$7,024,133.32 

$938,330.07 

$7,962,463.39 

Investigation  of  Con- 
gestion of  Traf- 
fic, etc. 
Office  Expenses 
Engineering  Ex- 
penses 

Total  . 

Riverbank  Subway 
Office  Expenses 
Engineering  Ex- 
penses 
Interest 

Total  . 

Cambridge  Connec- 
tion— Office  Ex- 
penses 

Engineering  Ex- 
penses 
Section  One 

Total  . 
Grand  Total  . 


$94.46 
2,921.46 
$3,015.92 

$117.66 

1,566.74 
61.51 

$1,745.91 


$62.91 

282.25 
100.00 

$445.16 


$4,044.95 

16,832.64 
15,515.72 

$36,393.31 


$94.46 
2,921.46 
$3,015.92 

$180.57 

1,848.99 
161.51 

$2,191.07 


$4,044.95 

16,832.64 
15,515.72 

$36,393.31 


$16,175,803.85 


$991,837.63  $17,167,641.48 


The  report  of  the  Chief  Engineer  is  appended. 


GEORGE  G.  CROCKER,  ^ 
GEORGE  F.  SWAIN,        '  ^^^^^^ 
HORACE  G.  ALLEN,       f  ^^^^^'.^  . 
JOSIAH  QUINCY,  J 
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REPORT  OF  THE  CHIEF  EXGIXEER. 

Boston,  June  30,  1909. 

George  G.  Crocker,  George  F.  Swain,  Horace  G.  Allen, 
JosiAH  QuiNCY,  Boston  Transit  Commissioners. 

Gentlemen: — My  report  for  the  year  ending  on  this  date, 
submitted  herewith,  refers,  among  other  matters,  to  the  com- 
pleting of  the  Washington-street  Tunnel;  to  the  changes  in  the 
Subway  to  restore  it  to  its  former  use  by  surface  cars;  to  the 
enlargement  and  changes  at  Haymarket-square  station  to 
facilitate  transfers  of  passengers  between  the  old  Subway  and 
the  Washington- street  Tunnel;  to  the  East  Boston  tunnel;  and 
to  the  preparations  for  beginning  the  Beacon  Hill  Tunnel  for 
the  Cambridge  Connection. 

WASHINGTON  STREET  TUNNEL. 

The  work,  begun  last  year,  of  finishing  inside  of  the  stations, 
including  plastering,  tiling,  putting  up  fences,  installing  in- 
clined elevators  at  the  State  station,  etc.,  was  completed 
about  November  30,  1908,  having  occupied  altogether  thirteen 
months.  The  interior  finish  is  much  more  elaborate  in  the 
Washington-street  Tunnel  than  the  plain  white  tiling  finish 
used  in  the  old  Subway  and  the  East  Boston  Tunnel,  required 
about  three  times  as  long  to  put  in,  and  cost  directly,  and 
especially  indirectly,  several  times  as  much.  The  elaborate 
finish  is  probably,  however,  more  satisfactory  to  the  majority 
of  the  traveling  pub  he. 

Trains  of  cars  which,  according  to  law,  had  been  removed 
from  the  old  Subway,  began  to  run  in  the  Washington-street 
Tunnel  Monday  morning,  November  30,  1908.  The  changes  in 
the  structure  of  the  Subway  which  were  necessary  for  restora- 
tion to  its  original  use  by  street  cars,  consisting  in  part  of  altera- 
tions at  the  Pleasant-street  incline  and  in  part  of  the  enlarge- 
ment of  the  Haymarket-square  station,  were  made  by  the 
Transit  Commission,  and  are  described  in  detail  later.  These 
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changes  could  not  be  completed  while  trains  were  running  in  the 
Subway,  and  during  the  time  necessary  to  make  those  at  Hay- 
market  square  the  large  transfer  of  passengers  between  the. 
elevated  trains  and  the  subway  cars  took  place  under  somewhat 
cramped  and  unfavorable  conditions  at  the  Causeway-street 
station  of  the  elevated  road. 

Statistical  Tables. 

Following  the  method  adopted  in  former  reports,  the 
leading  statistical  data  in  regard  to  the  year's  work  are  em- 
bodied in  Tables  1  to  4,  inclusive.  These  are  followed  by  brief 
descriptive  statements  dealing  with  the  more  important 
branches  of  work. 


No.  i.— CONSTRUCTION. 


Location  or  Description  of  Work. 

Plates  ID  This 

Assistant  Engineer. 

Contractor  anti  Date  of  t^ntract. 

Set"' 

-Appendices  showing 
BWs  in  This  and 
Prei^us  Annual 

Date  of  Completion  Named  in  Contract. 

Building  concrete  wall  and  foundation 
piers  under  the  Relief  Station. 

XV,  7,  S. 

W.  0.  Wellington. 

John  E.  Palmer, 

May  8,  1908. 

$12,635.00 

XIV,  HH. 

Jul5'25.  I'JllN, 

"  '  ""'  '  "    '"'"''.iuly'll,  1908.) 

Building  a  portion  of  the  Subway  walls, 
roof  and  invert  under  the  Relief  Sta- 





W.  0.  WcUington. 

Coleman  Bros. 

July  20,  1908. 

$17,050.00 

XV,  I. 

October  1,  1908. 
(Certificate  of  Completion, 

October  28,  1908.) 

Changes  and  addi- 
tions to  the  Sub- 
way near  Hay- 
market  square. 

Cutting  out  old  Subway  easterly  con- 
crete wall,  etc.,  and  removing  steel- 

W.  0.  Wellington. 

Hugh  Nawn  Contracting  Co., 

November  12,  190S. 

XV,  U- 

December  25,  1908. 
(Certification  of  Completion, 

December  15,  1908.) 

Cutting  holes,  placing  beams  and  build- 
ing a  portion  of  the  Subway  roof  under 
the  Relief  Station. 

XV 

7.  S. 

W.  0.  Wellington. 

Coleman  Bros. 

November  21,  1908. 

$419.00 

December  3,  1908. 
(Certificate  of  Completion, 

December  4,  1908.) 

Enlargement  of  Haymarket  Square  Sta- 
tion and  building  of  sub-passageway 
for  transfers  to  and  from  Washington- 
street  Tunnel. 

XV 

7,  S. 

W.  0.  Wellington. 

Hugh  Nawn  Contracting  Co., 

December  24,  1908. 

Cost  plus  15% 
(About 
$130,000.) 

Completed  May  22,  1909. 

State  Station. 

Furnishing  and  erecting  one  single-file 
and  one  double-file  Reno  Inclined  Ele- 
vators.   (South  side.) 

XV,  6. 

W.  W.  Lewis. 

The  Reno  Inclined  Elevator  Co., 
April  1,  1908. 

S9,920.00 

Bids  filed,  but 
not  appendixed. 

July  15,  1908. 
(Certificate  of  Completion, 

June  12,  1908. 
Satisfactorily  tested 

October  7,  1908.) 

Furnishing  and  erecting  two  single-file 
Reno  Inchned  Elevators  (North  side.) 

W.  W.  Lewis. 

The  Reno  Inclined  Elevator  Co., 
April  6,  1908. 

$7,400.00 

Bids  filed,  but 
not  appendixed. 

1  CertiKcate  of  Completion, 

July  31,  1908. 
Satisfactorily  tested 

November  25,  1908 ) 

Alte  r  a  t  i  0  n  8  at 

Preparing  for  and  storing  filling  mate- 
terial,  building  catch  basins,  etc. 

W.  0.  Wellington. 

Mostly 
Coleman  Bros. 

Cost  plus  15% 
(About 
$1,275-00) 

eUne,  to  re-adapt 
it  to  the  use  of  sur- 

Placing  2,000  cu.  yds.  of  filling  mate- 

W.  0.  Wellington. 

Coughlan  &  Shells  Co., 

November  25,  1908. 

$875.00 

XV,  V. 

December  2,  1908. 
(Certificate  of  Completion, 

December  2,  1908.) 

Milk  Station. 

XV,  5. 

L.  B.  Manley. 

The  C.  M.  Tyler  Co., 

Febniar.v  4,  1908. 

$10,937.75 

XIV,  T. 

Certificate  of  Completion, 

Stat*  Station 

XV,  6. 

L.  B.  Manley. 

William  H.  Smith, 

February  5,  1908. 

25,383.50 

XIV,  T. 

Certificate  of  Completion,^  ^^^^ 

StationTihng. 

Union-Friend  Station. 

L.  B.  Manley. 

Murdock-Shaw  Co., 

February  12,  1908. 

$16,500.70 

XIV,  T. 

Certificate  of  Completion, 

August  1,  1908. 

Sub-passageway  between  Union-Friend 
and  Haymarket-square  stations. 

L.  B.  Manley. 

WUIiam  H.  Smith  Co., 

January  5,  1909. 

$3,681.33 

Certificate  of  Completion, 

AprU  22,  1909. 

Furnishing  and  installing  bronze-cov- 
ered doors,  windows,  etc. 

L.  B.  Manley. 

John  W.  Rapp, 

June  12,  1908. 

$6,935.15 

August  28,  1908. 
(Certificate  of  Completion, 

October  15,  1908). 

All  Stations. 

No.  2  PROGRESS  OF  CONSTRUCTION. 


Section. 
Description 

Dates  of  BegiDntng. 

Dates  of  Completion. 

Amount  of  Work 
Ending  June 

^Done^Year 

TotaK\ni|ii 

Einpl.j,ved  by  the  Con- 
tractor. Year  Ending 
June  M.  1909. 

te. 

Excavation. 

Concrete. 

ExQavation  in      nxi.  r.^i.,  in 
ou.  yds.            ,u  y.l- 

Day  Night 

Building  concrete 
wall   and  founda- 
tion piers  under  the 
Relief  :>t3tion. 

May  12,  1908. 

June  2, 

908. 

July  11,  1908  (includ- 
ing 200  cu.  yds.  ad- 

July  11,  1908. 

548 

402 

15  12 

Buildinji  a  portion  of 
the  Su^iway  walls, 
roof  and  invert  un- 
der tlie  Relief  Sta- 

July  20,  190S. 

July  30, 

1908. 

Oct.  10,  1908. 

Oct.  24,  1908. 

062 

700 

662 

700 

25 

Enlargement  of  Hay- 
market -square  Sta- 
tion and  building  of 

sub-passageway  for 

from  Washington- 

Di-c.  17.  1008. 

Dec.  10. 

IOCS. 

April  0,  1909. 

May  13,  1909. 

2244 

2780 

2244 

2780 

150     1  100 

Tiling,  Milk  Station 

Feb.  4 

1908. 

July  22,  1908. 

16  sq.  yds.  enameled  til- 
ing. 

164  sq.  yds.  ceramic  mo- 

1304  sq.   yards,  half- 
riljbed  tiling. 
622  sq.  yards  enameled 

1050  sq.  yds.  ceramic 
mosaic. 

147  sq.  yds.  enameled  til- 

d<.  half- 

Feb.  5 

1908. 

Aug.  31,  190^!. 

200°sq.  yds.  c 

^  

1U4  s|. 

yds.  ccruntic 

Tiling,  Union-Friend 

Feb.  12,  1908. 

Aug.  1 

1908. 

636  sq.  yds.  c 

743  sq 
ribbed  t 
453  sq. 
tiling. 

yds.  half- 
ling. 

ds.  enameled 

2331  sq. 

Tiling,  sub-passage- 
way between  TTnion- 
Friend   and  Hay- 
market-sqiiare  sta- 

Jan.  7. 

1909. 

ADiil  22,  1909. 

416  sq.  yds.  half-ribbed 
tiling. 

264  -sq.  yards,  cnamek'd 

tiling. 
238  sq. 

iKdl-rilibed 
lis.  enameled 
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mosaic. 

1 

No.  3.— EXCAVATION  DATA. 


Character  of  Earth  Foond  in  Excavation. 

Diepo»tioD  of  Surplus. 

Building  concrete 
wall  and  foundation 
piers  under  the  Re- 
lief Station. 

Filling  to  13  feet  below  basement  floor;  then  11  to  12  feet  of  peat. 
Hard  blue  clay  below  the  peat. 

Mostly  to  Charles  River  Embankment. 

Building  a  portion  of 
the  subway  walls, 
roof  and  invert  un- 
der the  Relief  Sta- 

As  above. 

As  above. 

^  rket^q  uare  Sta^ 
tion  and  building  of 
sub-passageway. 

way,  in  stiff  blue  clay. 

No.  ^.-CONSTRUCTIONAL  STEELWORK. 


Location  oh  Description 

Contractor  for  Furnishing  Steelwork  (Year 
Ending  June  30,  1909)  and  Date  of  Contract. 

Amount  of 
Contract. 

Appendices  in 
this  Report, 
Showing  Bids. 

Date  of  Completion  Named  in 
Contract. 

Date  of  Certificate 
of  Completion. 

Changes  and  additions 
to  the  Subway,  near 
Haymarket  square. 

New  England  Structural  Co.,  Nov.  10,  1908. 

$780.00 

XV,  T. 

let  Instalment,    Nov.  30,  1908. 
2d  Instalment,     Dec.  15,  1908. 

Nov.  20,  1908. 
March  31,  1909. 

Connection  between  the 
East  Boston  Tunnel 
and  the  Subway  in 
ScoUay  square. 

Bethlehem  Steel  Co.,            Feb.  19,  1909. 

S2,709.00 

XV,  Y. 

April  2,  1909. 

Tunnel  under  Beacon 
Hill. 

Phoenix  Iron  Co.,              March  19,  1909. 

$759.50 

XV,  AA. 

May  1,  1909. 

April  28,  1909. 

Twisted  Steel  Reinforc- 
ing Rods. 

Harrington,  Robinson  &  Co.,  Dec.  7,  1908, 
Wm.  H  Perry  Co.,               Feb.  11,  1909. 

Eastern  Expanded  Metal  Co.,  April  1,  1909. 

$1,314.00 
$1,992.00 

$4,794.00 

XV,  w. 
XV,  z. 

XV,  FF. 

Dec.  30,  1908. 
March  18,  1909. 

May  16,  1909. 

Jan.  2,  1909. 

Rods  received 
March  9  to  12, 

1909. 
Rods  received 
April  22  to  28, 

1909. 

II 


J' 
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Interior  Finish  of  Stations. 

The  work  has  consisted  of  completing  contracts  for  tiUng, 
plastering,  painting,  etc.,  of  the  previous  year  and  equipping 
the  tunnel  stations  with  partitions  (for  booths,  toilet  rooms, 
etc.,)  elevators,  hand-rails,  grilles  and  fences  necessary  for  the 
safety  and  convenience  of  the  public.  This  work  has  been  done 
in  co-operation  with  the  Elevated  Railway  Co.  which  has  in- 
stalled the  operating  equipment,  including  ballast,  tracks,  sig- 
nals, ducts,  ticket  offices,  choppers,  signs  and  fences  required 
in  handling  crowds  of  people.  All  of  the  furnishings  have  been 
specially  designed  and  are  fireproof  throughout. 

The  most  important  item  of  finish,  both  in  time  and  money 
expended,  has  been  the  tile  work.  About  15,600  square  yards 
of  tile  have  been  set  on  the  tunnel  walls  and  ceilings.  The  work 
in  the  main  tunnel  was  done  in  six  contracts  and  occupied  about 
one  year,  the  length  of  time  required  to  complete  the  work 
being  largely  due  to  many  architectural  details  and  to  numerous 
additions  which  were  suggested  and  made  as  the  work  progressed. , 
Plates  2,  3,  4  and  5  will  give  an  idea  of  the  general  appearance  and 
some  of  the  details  of  the  station  platforms.  Additional  tile 
work  in  the  subpassageway  between  the  Union  and  Friend 
Stations  and  the  Haymarket-square  Station  of  the  Subway  has 
been  done  during  the  current  year  after  the  cars  had  begun  run- 
ning in  the  Washington-street  tunnel  and  before  the  completion 
of  alterations  in  the  Haymarket-square  station. 

Completion  of  the  Reno  Inclined  Elevators  under  State 
STREET  North. 

Contracts  were  awarded  to  the  Reno  Inclined  Elevator 
Company  in  April,  1908,  for  furnishing  and  erecting  at  the 
State  station  one  double-file  elevator  having  a  capacity  for 
carrying  7000  passengers  per  hour,  and  three  single-file  inclined 
elevators  each  with  a  capacity  of  3500  per  hour,  and  a  descrip- 
tion of  these  machines  was  given  in  the  Fourteenth  Annual  Re- 
port. Of  these  the  double-file  and  one  single-file  (see  Plate 
6),  located  under  State  street  south,  were  substantially  com- 
pleted last  year.  The  remaining  two  single-file  elevators,  located 
under  State  street  north,  have  been  completed  this  year,  and 
all  four  have  been  accepted. 
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Building  a  Portion  of  Subavay  for  New  Tracks  (Nos.  5 
AND  6)  Under  City  Hospital  Relief  Station. 

The  inverts,  walls  and  roof  are  made  of  reinforced  concrete 
and  the  Hospital  is  supported  thereon. 

The  lower  portion  of  the  westerly  wall  of  the  Subway  in 
this  precise  locality  and  of  two  walls  between  tracks  are  beneath 
the  floor  of  the  original  boiler  room  and  stable  of  the  Rehef 
Hospital.  So  much  of  this  subway  construction  as  could  be 
done  without  disturbing  the  hospital  had  been  practically  fin- 
ished by  the  end  of  June,  1908,  and  is  described  on  page  41 
of  the  Fourteenth  Annual  Report. 

In  the  latter  part  of  July,  1908,  the  new  wing  of  the  hos- 
pital, providing  a  new  boiler  room  and  stable,  had  been  largely 
completed,  allowing  the  original  boiler  room  and  stable  to  be 
vacated.  A  contract  was  then  made  with  Coleman  Brothers, 
the  lowest  bidders,  for  completing  the  work  under  the  Hospital. 
Their  contract  included  building  the  upper  portion  of  the  subway 
which  projected  into  the  old  vacated  premises,  excavation  of 
eartU  core  and  also  constructing  inverts  for  the  two  westerly 
tracks. 

The  basement  floor  within  the  limits  of  the  proposed 
structure  was  removed  and  the  partially  built  Subway  walls 
were  carried  up  to  the  elevation  for  the  under  side  of  the 
finished  Subway  roof,  leaving  the  interior  posts  of  the  Relief 
Station  on  their  original  foundations.  These  posts  were  then 
permanently  supported  on  deep  channel  girders  riveted  to  the 
flanges  of  the  posts  and  resting  on  the  newly  completed  Subway 
walls.  The  old  foundations  for  the  columns  were  then  removed; 
the  piles  of  the  old  column  foundations  were  cut  off  to  sub- 
invert  level  and  additional  piles  for  the  Subway  structure  were 
driven.  The  reinforced  concrete  invert  and  roof  were  then 
built. 

The  front  wall  and  portico  of  the  Relief  Station  also  rest  on 
beams  spanning  the  Subway  roof.  These  were  placed  in 
position  for  the  Contractor  by  Isaac  Blair  &  Co.;  the  work  being 
carried  on  wholly  below  the  surface,  thus  entirely  avoiding  the 
use  of  spur  shores,  needle  beams  or  other  obstructions  in  front 
of  the  building. 
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Enlargement  and  Changes  at  Haymarket  Square  Station 
TO  Facilitate  Transfers  of  Passengers  Between  the 
Old  Subway  and  the  Washington  Street  Tunnel. 

A  large  number  of  passengers  traveling  between  their 
homes  and  their  places  of  business  find  it  necessary  or  conven- 
ient to  make  part  of  each  journey  on  the  trains  of  the  elevated 
structure  and  the  Washington-street  tunnel  and  part  by  the 
cars  which  pass  through  the  old  Subway.  This  question  was 
carefully  studied  by  the  Transit  Commission  and  the  officers 
of  the  Elevated  Co.  at  the  time  when  the  route  of  the  Washing- 
ton-street Tunnel  through  and  north  of  Adams  square  was 
determined  on.  The  most  convenient  place  for  a  transfer  was 
found  to  be  at  Haymarket  Square,  and  a  general  plan  for  the 
enlargement  of  the  Haymarket-square  station  and  for  the  con- 
struction of  a  passageway  connecting  this  with  the  Union-Friend 
Station  was  then  drawn.  The  construction  has  been  made 
substantially  in  accordance  with  said  plan,  and  is  illustrated 
by  Plates  7  and  8  which  show  the  enlarged  platforms,  the  new 
arrangement  of  tracks,  the  transfer  passageways,  etc. 

As  will  be  noted  by  reference  to  Plate  7,  the  original 
station  of  the  Subway  at  Haymarket  Square  is  entirely  enclosed 
in  the  new  structure,  whose  boundary  on  the  east  is  the  Wash- 
ington-street Tunnel  and  on  the  west  a  new  wall,  a  portion  of 
which  was  built  in  1907.  A  contiguous  portion  of  the  Subway, 
for  tracks  numbered  5  and  6,  has  been  continued  under  the 
Relief  Hospital  during  the  present  year,  as  described  on 
page  32. 

Between  12.30  and  7.30  Sunday  morning,  Nov.  29,  1908, 
36  old  Subway  columns  were  removed  and  39  new  columns 
erected  at  the  junction  of  the  Washington-street  Tunnel  with 
the  old  Subway,  so  that  the  rails  making  the  connection  with  the 
Washington-street  Tunnel  could  have  been  laid  and  trains  run 
through  this  particular  locality  the  same  morning.  On  account 
of  changes  outside  of  the  Subway  the  tracks  were  not  laid  until 
Sunday  afternoon,  and  public  service  began  Monday  morning. 
At  this  time  the  old  Subway  Station  in  Haymarket  Square  was 
substantially  intact  inside  of  the  outlines  of  the  enlarged  sta- 
tion.   The  work  of  transformation  has  consisted  of: 

1.  Tearing  away  330  ft.  of  old  wall  on  the  east  side  and 
520  ft.  on  the  west  side  and  rebuilding  40  ft.  of  easterly  and  100 
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ft.  of  westerly  curved  new  wall  to  connect  the  new  and  the  old 
work,  the  lengths  being  stated  approximately. 

2.  Remodeling  and  extending  the  roof. 

3.  Rebuilding  the  station  platforms. 

4.  Building  the  subpassageway  beneath  the  track  to  the 
Union  and  Friend  Stations  of  the  Washington-street  Tunnel. 

This  work  has  progressed  through  carefully  planned  phases 
so  as  not  to  interfere  with  the  use  of  the  station.  The  general 
method  of  operation  has  been  to  do  the  work  on  the  east 
side  first  while  the  cars  were  running  on  the  west  side,  then 
the  work  in  the  center  with  the  cars  on  each  side,  and 
finally  that  on  the  west  side  while  the  cars  were  running 
on  the  east  side. 

A  portion  of  the  easterly  wall,  about  200  feet  long  and  20 
inches  thick  and  for  about  two-thirds  of  this  length  the  15  foot 
I-beam  posts  6  feet  apart,  were  removed  under  a  contract  with 
the  Hugh  Nawn  Contracting  Company. 

The  other  old  walls  removed,  including  irregular  back  walls, 
were  considerably  thicker,  and  contained  curved  and  straight 
columns  3  ft.  and  6  ft.  apart  respectively  to  which  the  roof  beams 
were  attached.  The  roof  was  first  supported  either  permanently 
by  means  of  new  interior  columns  and  girders  or  temporarily 
on  12  inch  square  timbers  on  jacks  resting  on  the  subway  invert. 
The  concrete  in  the  walls  was  then  removed  by  drilling  holes 
about  6  inches  apart  each  way  through  it  with  air  drills  and 
finally  breaking  it  out  with  hammers  and  wedges.  The  columns 
were  then  removed  and  in  the  case  of  new  connecting  walls  were 
set  back  to  their  new  location  and  the  roof  beams  spliced  out  to 
fill  the  gap.  The  new  concrete  wall  was  then  built  between  and 
around  the  columns.  Most  of  the  concrete  taken  from  the  old 
structure  was  crushed  and  used  as  aggregate  in  the  new  con- 
crete. 

The  new  arrangement  of  tracks,  requiring  longer  roof 
spans,  different  points  of  support,  and  changes  in  grade, 
necessitated  the  removal  and  rebuilding  with  heavier  beams 
of  about  7600  square  feet  of  roof,  2200  square  feet  of  which  was 
under  the  east  wing  of  the  Relief  Station.  This  rebuilding  of 
the  roof  was  done  in  sections  and  at  times  best  suited  to  the 
subway  car  service  and  the  overhead  street  traffic.  The  easterly 
wing  of  the  Relief  Station  had  been  supported  on  needle  beams, 
resting  on  the  subway  roof  since  the  construction  of  Section  11, 
as  described  on  Page  36  of  the  Thirteenth  Annual  Report. 
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PLATE  2. 


PLATE  3. 


PLATE  4. 
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PLATE  5. 
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PLATE  6. 


Report  of  the  Chief  Engineer.  35 


Heavy  timbers  and  jacks,  resting  on  the  subway  invert,  were 
placed  under  these  needle  beams  while  the  subway  roof  was 
being  removed  and  replaced.  The  load  was  then  transferred 
to  the  new  roof  by  means  of  iron  plates  and  wedges  placed  be- 
tween the  sills  of  the  hospital  and  the  new  roof  beams. 

The  subpassageway  construction  was  pushed  forward 
while  the  other  work  was  going  on,  in  open  trenches  excavated 
from  the  Subway  invert  and  in  short  tunnels  beneath  the  east 
Subway  wall  and  center  columns.  The  north-bound  cars  were 
carried  over  the  excavation  on  a  timber  trestle  while  this  w^ork 
was  going  on. 

Rust. — The  question  as  to  whether  steel  used  in  the  Sub- 
way will  deteriorate  by  the  formation  of  rust  is  an  important 
one  and  the  assistant  in  charge  of  the  alteration  of  the  station 
was  directed  to  observe  with  great  care  all  steel  removed  or  ex- 
posed. About  200  columns,  70  beams  and  150  knee-braces  were 
removed  and  portions  of  numerous  other  steel  members  were 
exposed.  Practically  all  of  this  steel  was  found  to  be  substan- 
tially free  from  rust.  Some  rust  was  found  on  the  bottom  of  a 
considerable  number  of  rather  large  x  21''  x  24'0  baseplates 
of  columns.  The  rust  was  generally  thin  but  had  local  swellings, 
some  of  w^hich  were  nearly  a  quarter  of  an  inch  thick.  It  is 
presumed  that  the  rust  was  caused  or  permitted  by  a  slight 
settling  or  shrinking  away  of  some  of  the  finer  portions  of  the 
concrete  under  said  plates  leaving  the  latter  resting  on  the 
coarser  portions.  The  smaller  base  plates  were  practically  free 
from  rust. 

Percentage  Contract. — On  account  of  the  extreme  complex- 
ity of  the  situation,  and  owdngto  the  difficulty  of  doing  the 
work  incident  to  the  enlargement  and  changes  without  inter- 
fering with  the  constant  movement  of  the  cars,  it  was  thought 
best  to  make  a  contract  for  most  of  the  work  on  a  percentage 
basis  rather  than  in  the  usual  form,  the  work  being  done  under 
the  general  direction  of  the  Engineering  Department.  This 
arrangement  permitted  the  plan  of  operations  to  be  changed  at 
any  time,  as  might  be  found  expedient,  while  such  changes, 
if  made  under  the  ordinary  form  of  contract,  would  be  Hkely  to 
result  in  claims  for  damages. 

The  tools  were  furnished  and  the  work  done  by  the  Hugh 
Nawn  Contracting  Co.,  which  received  an  addition  of  15  per 
cent,  on  the  cost  of  labor  but  was  required  to  insure  against 
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accidents  to  workmen  and  the  general  public.  In  this,  as  in 
other  contracts  of  the  same  form  made  by  the  Transit  Commis- 
sion, it  was  provided  that  the  contractor  should  submit  satis- 
factory information  as  to  the  amounts  paid  to  the  men,  and  to 
this  end  the  time  sheets  and  pay  envelopes  were  carefully  ex- 
amined and  verified  by  a  representative  of  the  Commission. 
The  contract  could  be  terminated  on  twenty-four  hours  notice 
at  any  time. 

All  shoring  and  supporting  of  the  roof  and  street  and  of 
the  City  Hospital  was  done  for  the  contractor  by  Isaac  Blair 

6  Co.  This  firm  also  placed  most  of  the  new  steel  members  in 
position. 

The  general  work  was  carried  on  nights  as  well  as  days, 
with  an  average  force  of  150  men  days  and  100  nights;  and  was 
completed  so  that  the  whole  structure  was  used  in  its  permanent 
form  May  23,  1909. 

Filling  and  Grading  the  Subway  North  of  Pleasant 
Street,  Betw^een  Tremont  Street  and  Shawmut  Avenue, 
to  Restore  the  Original  Incline  for  the  Use  of  Surface 
Cars. 

The  restoring  of  the  surface  cars  to  the  Tremont-street 
Subway,  as  required  by  law,  made  it  necessary  to  fill  in  for 
open  tracks  in  the  area  bounded  by  Pleasant  street,  Shawmut 
avenue  and  Tremont  street,  in  order  to  provide  an  incline  con- 
necting the  Subway  and  the  surface  of  these  streets.  For 
this  purpose  the  Commission  obtained  about  2200  cu.  yds.  of 
earth  (mostly  gravel  from  streets  then  being  resurfaced)  and 
stored  it  on  the  banks  at  each  side  of  the  track  space. 

The  elevated  trains  having  ceased  running  through  the 
Subway  at  midnight  Saturday,  Nov.  28,  1908,  the  Elevated 
Company  proceeded  to  remove  the  tracks,  the  wooden  plat- 
form and  the  shelter  over  the  platform.  The  Contractor  for 
the  Commission,  the  Coughlan  &  Shells  Co.,  began  Monday  at 

7  A.  m.  to  place  the  filling,  working  continuously  until  comple- 
tion, Wednesday  noon.  The  Company,  in  the  meantime,  began 
laying  its  tracks  on  the  filling  so  that,  by  Friday  morning,  Dec. 
4,  the  surface  cars  were  running  into  and  out  of  the  Subway 
from  both  Tremont  street  and  Shawmut  avenue. 


Plate  7 


/ 


Plate  8 


Cross  Sections  Through   Station  at 
Haymarket  Square 
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Pipe  Changes. 

The  work  of  re-locating  pipes  and  otlier  underground  ob- 
jects has  been  confined,  during  the  past  year,  to  Hay  market 
square,  where  the  water  and  gas  pipes  and  sewers  which  had 
previously  been  re-located  on  account  of  the  construction  of 
the  old  Subway  were  again  removed  in  order  to  provide  for  its 
enlargement  in  Haymarket  square.  Owing  to  the  restricted 
space  available  in  Washington  street  at  Haymarket  square,  it 
was  necessary  to  make  use  of  a  relatively  thin  construction  for 
the  Subway  roof  in  order  to  provide  sufficient  space  in  which 
the  pipes  might  safely  be  placed. 

The  Appendices  include  a  summary  statement  of  all  of  the 
pipes,  sewers,  and  the  electric  conduits  laid  on  account  of  the 
construction  of  the  Washington-street  tunnel,  in  this  and  prior 
years. 

This  work,  which  has  been  fragmentarily  described  in 
previous  reports,  has  consisted  of  re-locating  practically  the 
entire  net  work  of  sub-surface  objects  in  that  portion  of  Wash- 
ington street  where  the  tunnel  is  placed,  and  has  also  included 
the  laying  of  large  sewers  and  water  pipes  in  side  streets  in 
order  to  avoid  siphons  under  the  tunnel  and  also  for  the  safety 
of  the  work  during  construction.  Notwithstanding  the  en- 
croachment of  the  Washington-street  Tunnel  on  the  area  of 
the  street  available  for  pipes,  it  has  been  possible  to  re-locate 
them  with  the  increased  sizes  demanded  by  modern  conditions 
and  a  consideration  of  future  needs,  in  a  manner  satisfactory 
to  their  owners  and  to  the  city  authorities. 

The  area  available  for  future  pipes  is  of  course  much  re- 
stricted, and  at  several  street  corners,  such  as  the  junction  of 
Summer,  Winter  and  Washington  streets,  the  tunnel  is  so  high 
that  future  pipes  of  16'^  in  diameter  or  over,  or  large  conduits 
for  electric  cables,  steam  pipes,  etc.,  if  such  are  required,  will 
have  to  be  placed  beneath  the  tunnel.  The  traveling  public 
would  be  compelled  to  continually  climb  extra  stairs  at  the 
stations  if  the  tunnel  had  been  lowered  for  the  benefit  of  future 
underground  objects. 
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EAST  BOSTON  TUNNEL. 

East  Boston  Tunnel  Connection  at  Scollay  Square  with 
THE  Subway. 

As  stated  on  page  9  of  the  Commission's  report,  it  was  the 
intention  when  elevated  train  service  should  be  withdrawn  from 
the  Subway,  on  the  opening  of  the  Washington-street  Tunnel, 
to  make  a  connection  between  the  tracks  of  the  Subway  and 
those  of  the  East  Boston  Tunnel.  Plans  for  this  connection 
were  made  which  would  allow  sufficient  clearances  for  the  large 
cars  of  the  Boston  &  Worcester  Street  Railway.  Most  of  the 
steel  required  for  this  purpose  is  now  on  hand. 

Leakage  —  Injury  and  Repairs  to  the  Air  Duct. 

The  leakage  in  the  East  Boston  Tunnel,  nearly  a  mile  and 
a  half  in  length,  was  according  to  measurements  in  January, 
1904,  about  8  gallons  a  minute;  a  year  later  about  7  gallons  a 
minute;  and  was  found  May  12,  1909,  to  be  a  little  less  than 
6  gallons  a  minute.  Comparing  this  with  other  subaqueous 
tunnels  of  like  size  the  result — as  far  as  pumping  is  concerned 
— is  very  satisfactory.  To  lessen  the  leakage  there  has  been 
forced  into  shrinkage  cracks  and  relatively  porous  parts  of  the 
tunnel  arch  about  50  cubic  yards  of  grout.  A  considerable 
part  of  the  leakage  comes  from  the  shore  ends  of  the  tunnel. 
The  water  in  the  pump-well  is  only  about  one-ninth  as  salt  as 
sea-water. 

A  portion  of  the  leakage,  coming  from  the  upper  arch,  par- 
ticularly on  the  East  Boston  side,  has  caused  the  metal  reinforce- 
ment of  the  air  duct  to  rust  badly  in  large  and  small  patches  in 
numerous  places.  This  duct  is  formed  by  a  curved  diaphragm, 
only  an  inch  thick,  suspended  from  the  upper  arch,  as  is  shown 
by  Plates  8  and  9  in  the  Tenth  Annual  Report.  The  concrete 
itself  in  the  duct,  where  the  rusting  of  metal  occurred,  was  in 
general  dense  and  hard,  although  some  softened  patches  were 
found.  About  300  feet  of  the  duct  is  being  replaced,  and  a 
portion  of  the  remainder  will  as  a  matter  of  prudence  be  given 
additional  support  by  small  suspending  rods  passing  trans- 
versely under  it  and  anchored  into  the  arch  on  the  sides. 
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BEACON  HILL  TUNNEL. 

During  the  past  year  detail  plans  and  specifications  have 
been  prepared  for  the  construction  of  Section  1  of  this  tunnel. 
This  Section  includes  the  portion  of  the  tunnel  from  the  incline, 
near  the  intersection  of  Phillips  and  Grove  streets,  to  a  point 
about  two  hundred  feet  within  the  Common.  The  specifications 
require  that  most  of  the  tunnel  shall  be  constructed  by  means 
of  a  shield,  unless  the  contractor  wishes  to  substitute  some  other 
equally  good  method  which  shall  be  satisfactory  to  the  Engineer. 
The  probabilities  are  that  most  or  all  of  the  work  will  be  done 
in  free  air,  but  the  bids  include  alternative  unit  prices  for  work 
done  under  compressed  air,  as  it  may  be  found  desirable  to  use 
it  for  a  portion  of  the  work.  The  portion  of  Section  1  which 
is  under  the  Common  is  to  be  worked  entirely  from  a  shaft  or 
shafts  to  the  west  thereof,  no  disturbance  or  occupation  of  the 
surface  of  the  Common  being  allowed.  The  specified  time  for 
the  completion  of  Section  1  is  Nov.  1,  1910. 

During  January,  February  and  March,  1909,  some  pre- 
liminary work  was  done  on  the  Beacon  Hill  Tunnel  by  day 
labor,  for  the  purpose  of  determining,  more  definitely  than 
could  be  done  by  means  of  borings,  the  nature  of  the  ground 
through  which  the  tunnel  was  to  run.  A  shaft  was  first  ex- 
cavated to  grade  on  the  line  of  the  tunnel  at  the  intersection 
of  Phillips  and  Grove  streets.  A  timbered  drift  was  then  run 
from  this  shaft  in  a  southeasterly  direction  on  the  line  of  the 
tunnel  a  distance  of  about  400  ft.  The  drift  was  about  8  x  ft. 
in  cross-section  and  was  located  at  the  bottom  of  the  proposed 
northerly  wall  of  the  tunnel,  where  it  would  later  serve  as  one  of 
the  side-wall  drifts,  assuming  that  this  portion  of  the  tunnel 
would  be  built  by  means  of  a  roof  shield.  The  earth,  as  far  as 
the  excavation  went,  was  found  to  be  a  very  hard  and  almost 
impervious  mixture  of  sandy  clay  with  coarse  gravel  and  occa- 
sional boulders,  and  well  suited  to  ordinary  tunneling  opera- 
tions. The  information  thus  obtained  aided  in  determining 
various  details  in  the  design  of  the  tunnel  before  contracting 
for  the  main  portion  of  the  work,  and  also  enabled  contractors 
bidding  on  the  work  to  obtain  a  better  idea  of  the  character 
of  the  excavation. 

On  March  30,  1909,  bids  for  the  construction  of  Section  1 
were  received  and  opened.  (See  Appendices  CC  and  DD.) 
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On  April  8,  1909,  notice  was  served  on  the  Commission  of 
a  hearing  to  restrain  the  Commission  from  proceeding  with  the 
work  of  constructing  the  tunnel  as  planned.  The  work  has  in 
consequence  been  discontinued  since  that  date,  except  for 
necessary  pumping  to  keep  water  out  of  the  preliminary  shaft 
and  drift. 

ASSISTANTS  IN  THE  ENGINEERING  DEPARTMENT. 

Appendix  G  gives  the  names  of  those  employed  in  the 
Engineering  Department  for  more  than  a  month  during  the 
past  year.  I  desire  to  express  my  thanks  for  their  loyal  and 
effective  service  and  for  their  valuable  suggestions. 

CONCLUSION. 

In  submitting  to  the  Transit  Commission  my  last  report 
as  Chief  Engineer,  I  wish  to  express  for  its  members,  past 
and  present,  my  utmost  gratitude,  esteem  and  respect. 


H.  A.  CARSON, 

Chief  Engineer. 
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APPENDIX  A. 


[Chapter  455.] 
An  Act  relative  to  the  boston  transit  commission. 

Be  it  enacted,  etc.,  as  follows. 

Section  1.  The  term  of  office  of  the  Boston  transit  commission  and 
of  the  members  thereof  is  hereby  extended  for  two  years  from  the  first 
day  of  July  in  the  year  nineteen  hundred  and  nine.  The  powers,  duties 
and  compensation  of  the  members  of  said  commission  during  said  extended 
term  shall  remain  the  same  as  specified  in  chapter  five  hundred  and  forty- 
eight  of  the  acts  of  the  year  eighteen  hundred  and  ninety-four  and  acts 
in  amendment  thereof  and  in  addition  thereto.  Any  vacancy  in  said 
commission  shall  be  filled  in  the  manner  provided  in  said  chapter  five  hun- 
dred and  forty-eight. 

Section  2.  This  act  shall  take  effect  upon  its  passage.  [Approved, 
May  27,  1909. 
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BOSTON  AND  EASTERN  ELECTRIC  RAILROAD  COMPANY. 

Boston,  Mass.,  May  10,  1909. 

To  the  Honorable  Senate  and  the  House  of  Representatives. 

The  following  order  was  transmitted  by  the  General  Court  on  April 
6,  1909:— 

Ordered,  That  the  Board  of  Railroad  Commissioners  and  the  Boston 
Transit  Commission,  sitting  jointly,  be  requested  to  investigate  and  report* 
to  the  General  Court,  on  or  before  the  last  day  of  April,  whether  or  not  it  is 
advisable,  in  their  opinion,  to  grant  the  petition  for  legislation  to  authorize 
the  Boston  and  Eastern  Electric  Railroad  Company  to  construct  a  tunnel 
under  Boston  harbor,  and  to  connect  the  same  with  terminals  and  with 
the  tracks  of  other  companies,  substantially  in  the  manner  set  forth  in 
the  bill  attached  hereto,  and  under  what  restrictions,  if  any,  such  authority 
should  be  granted." 

Upon  the  receipt  of  this  order  the  members  of  the  Joint  Board  so 
constituted  met  forthwith  and  organized  by  choosing  as  its  chairman  the 
chairman  of  the  Board  of  Railroad  Commissioners.  A  public  hearing  was 
given  after  advertised  notice  at  the  rooms  of  the  Railroad  Commissioners 
on  April  14.  Since  that  date  the  Joint  Board  has  devoted  a  great  deal 
of  time  to  the  consideration  of  the  subject  referred  to  it,  and  has  had  many 
conferences  with  counsel  for  the  petitioners  and  also  with  counsel  for 
various  other  interests,  including  the  city  of  Boston,  who  desired  to  be 
heard  in  opposition  to  the  petition  and  the  proposed  bill.  Finding  it  im- 
possible to  finish  its  work  by  April  30,  the  Joint  Board  on  that  date  ad- 
dressed a  communication  to  the  General  Court  requesting  that  the  time 
allowed  for  making  its  report  be  extended  to  May  10,  and  since  the  making 
of  such  request  it  has  given  much  additional  time  to  the  study  of  the  sub- 
ject in  its  many  aspects. 

The  Joint  Board  has  further  thought  it  proper  to  take  note  of  certain 
legislative  action  subsequent  to  the  date  of  the  above  order.  On  April 
9  the  Committee  on  Metropolitan  Affairs  reported  to  the  Legislature  a 
resolve  (House  Document  1545)  providing  for  an  investigation  by  this  same 
Joint  Board  '^as  to  the  desirability  of  constructing  additional  subways, 
tunnels  and  elevated  structures  in  the  city  of  Boston."  This  resolve  * 
requests  the  Joint  Board  "to  investigate  and  report  to  the  General  Court 
on  or  before  the  second  Saturday  of  January,  1910,  whether  or  not  in  their 
opinion  it  is  advisable,  expedient  and  in  the  public  interest  to  grant  any  or  all " 
of  certain  petitions  for  legislation,  twelve  in  number,  specifically  referred 
to  with  their  respective  accompanying  bills.  All  of  said  petitions  relate 
to  proposed  new  subways  or  tunnels,  or  the  use  of  existing  subways  or 
tunnels,  in  the  city  of  Boston.  One  of  them  calls  for  an  investigation 
''into  the  subject  of  the  necessity  and  the  cost  of  construction  of  a  tunnel 
or  subway  between  the  city  of  Boston  and  the  city  of  Chelsea."  By  the 
terms  of  this  resolve  as  now  amended  the  Joint  Board  is  requested  to  report 
•'under  what  conditions  and  restrictions,  if  any,  and  in  what  form  such 
petitions  should  be  granted."  This  resolve  has  now  been  passed  to  be 
engrossed  by  both  branches  of  the  Legislature,  but  a  minor  Senate  amend- 
ment has  not  yet  reached  the  House  for  concurrence. 

On  Apriflo  the  Committee  on  Metropolitan  Affairs  reported  a  resolve 
(Senate  Document  309)  instructing  ''the  members  of  the  Board  of  Railroad 
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Commissioners,  the  Board  of  Harbor  and  Land  Commissioners,  the  Boston 
Transit  Commission  and  the  Metropolitan  Park  Commission  to  sit  together 
as  a  joint  board  for  the  purposes  specified  in  chapter  108  of  the  resolves 
of  the  year  1907,"  and  referring  to  such  Joint  Board  for  its  consideration 
the  report  of  the  Metropolitan  Improvement  Commission  transmitted  to 
the  General  Court  under  the  terms  of  the  above  mentioned  resolve.  By 
the  terms  of  this  pending  resolve  the  Joint  Board  so  constituted  is  in- 
structed to  make  a  preliminary  report  to  the  General  Court  on  or  before  the 
first  day  of  January,  1910,  "informing  the  General  Court  whether  or  not 
any  immediate  action  by  it  is  necessary  or  desirable."  This  resolve  has 
been  passed  by  the  Senate  and  is  now  before  the  Committee  on  Ways  and 
Means  of  the  House  of  Representatives. 

On  April  21  the  Committee  on  Street  Railways  reported  a  resolve 
(Senate  Document  320)  providing  for  an  investigation  by  the  Board  of 
Railroad  Commissioners  and  the  Boston  Transit  Commission  sitting  jointly 
of  certain  financial  and  corporate  questions  relating  particularly  to  the 
Boston  Elevated  Railway  Company  but  having  an  important  bearing  upon 
the  whole  question  of  passenger  transportation  within  the  metropolitan 
district,  and  also  providing  for  an  inquiry  as  to  whether  said  company 
should  be  authorized  to  extend  its  elevated  railway  to  the  city  of  Medford. 
This  resolve  has  now  been  passed  to  be  engrossed  by  both  branches  of  the 
Legislature  and  has  also  been  enacted  by  the  House  of  Representatives. 

Assuming,  as  it  feels  warranted  in  doing,  that  the  resolves  above  referred 
to  are  likely  to  be  finally  passed,  and  with  such  knowledge  as  it  now  pos- 
sesses of  the  matters  which  would  thus  be  referred  to  it  and  of  the  reasons 
which  led  the  above-named  committees  to  report  these  resolves,  and 
have  thus  far  led  the  General  Court  to  take  favorable  action  upon  them, 
this  Joint  Board  concludes  that  a  new  legislative  policy  is  in  process  of 
adoption,  apparently  without  serious  opposition,  with  respect  not  only 
to  the  construction  of  tunnels  and  subways  within  the  city  of  Boston  but 
to  the  whole  question  of  metropolitan  transportation.  This  policy  seems 
to  be  that  of  making  better  provision  than  in  the  past  for  the  preliminary 
study  of  special  transportation  projects  with  reference  to  the  best  present 
and  future  development  of  the  transportation  system  as  a  whole.  The 
members  of  the  Joint  Board  deem  it  proper  to  state  that  in  their  opinion 
the  adoption  of  such  a  policy  would  be  in  the  public  interest. 

In  view  of  the  above  facts  and  considerations  and  believing  that  action 
at  the  present  time  upon  the  petition  and  bill  of  the  Boston  &  Eastern 
Electric  Railroad  Company  would  not  be  in  conformity  with  the  policy 
above  referred  to  and  might  prejudice  the  fair  consideration  of  some  pro- 
posal or  subject  included  within  the  aforesaid  references  the  Joint  Board 
now  reports  its  conclusion  that  it  is  not  advisable  at  this  time  to  pass  the 
bill  accompanying  the  petition  or  any  substitute  therefor  containing 
further  restrictions. 

If,  however,  the  resolves  above  referred  to  should  not  finally  be 
adopted,  or  if  the  conclusion  reached  in  this  report  should  not  be  approved 
by  the  General  Court  and  it  should  desire  that  a  bill  containing  all  proper 
restrictions  and  safeguards  should  be  submitted  to  at  the  present  session, 
this  Joint  Board  will  endeavor  to  comply  promptly  with  any  such  request. 

The  Joint  Board  distinctly  recognizes  the  sole  authority  vested  by 
law  in  the  Board  of  Railroad  Commissioners  to  decide  the  question  whether 
public  convenience  and  necessity  require  the  construction  of  an  electric 
railroad  \mder  the  general  electric  railroad  law  and  the  conclusion  above 
stated  is  not  deemed  to  be  inconsistent  with  any  past  action  or  to  prejudice 
any  future  action  of  the  Board  of  Railroad  Commissioners  under  the 
general  law. 

The  above  report  is  unanimously  submitted. 

For  the  Joint  Board, 

W.  P.  HALL, 

Chairman. 
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[Chapter  94.] 

Resolve  to  provide  for  an  investigation  as  to  the  advisability  of 
constructing  additional  subways,  tunnels  and  elevated  struct- 
ures in  the  city  of  boston, 

Resolved,  That  the  board  of  railroad  commissioners  and  the  Boston 
transit  commission,  sitting  jointly,  be  requested  to  investigate  and  report 
to  the  general  court  on  or  before  the  second  Saturday  of  January,  nine- 
teen hundred  and  ten,  whether  or  not,  in  their  opinion,  it  is  advisable, 
expedient  and  for  the  public  interest,  to  grant  any  or  all  of  the  following 
petitions  for  legislation,  namely :  petition  of  Charles  A.  Ufford,  with  accom- 
panying bill,  iSo.  1288;  petition  of  Thomas  H.  Dowd,  with  accompanying 
bill,  Xo.  1247;  petition  of  Michael  J.  Reidy,  with  accompanying  bill,  No. 
1030;  petition  of  Harry  H.  Ham,  with  accompanying  bill,  No.  1028;  peti- 
tion of  Pierce  J.  Grace,  vnth  accompanying  bill.  No.  1026;  petition  of 
Malcolm  E.  Nichols,  with  accompanying  bill.  No.  659 ;  petition  of  Pierce  J. 
Grace,  with  accompanying  bill.  No.  1025;  petition  of  Houghton  and  But- 
ton, with  accompanjing  bill.  No.  653;  petition  of  William  M.  Robinson, 
with  accompanying  bill,  No.  520;  petition  of  Edward  P.  Barry,  with  accom- 
panying bill.  No.  339 ;  petition  of  John  J.  Hayes,  with  accompanying  bill, 
No.  196;  petition  of  William  J.  Paul,  with  accompanying  bill.  No.  236; 
and  under  what  conditions  and  restrictions,  if  any,  and  in  what  form  such 
petitions  should  be  granted,  and  if  any  legislation  is  recommended  said 
joint  board  is  requested  to  submit  with  its  report  a  draft  of  an  act  or  acts 
embodying  the  legislation  recommended.    [Approved  May  19,  1909. 
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[Chapter  110.] 

Resolve  to  provide  for  an  investigation  as  to  the  advisability 
OF  authorizing  the  boston  and  eastern  electric  railroad  com- 
pany TO  construct  a  tunnel  and  subways  in  the  city  of  boston. 

Resolved,  That  the  board  of  railroad  commissioners  and  the  Boston 
transit  commission,  sitting  jointly,  is  hereby  requested  to  investigate  and 
report  to  the  general  court  on  or  before  the  second  Saturday  of  January, 
nineteen  hundred  and  ten,  whether  or  not,  in  their  opinion,  it  is  advisable, 
expedient  and  in  the  public  interest  to  grant  the  following  petition  for 
legislation,  namely:  the  petition  of  Melville  Woodbury  and  others  with 
accompanying  bill.  House,  No.  109-4,  and  under  what  conditions  and  re- 
strictions, if  any,  and  in  what  form  said  petition  should  be  granted;  and, 
if  any  legislation  is  recommended  by  said  joint  board,  the  board  is  re- 
quested to  submit  with  its  report  a  draft  of  an  act  or  acts  embodying  the 
same.    [Approved  May  24,1909. 
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[Chapter  85.] 

Resolve  to  provide  for  an  investigation  and  report  by  the  board 
OF  railroad  commissioners  and  the  boston  transit  commission, 
sitting  jointly,  as  to  certain  matters  relative  to  the  west 
end  street  railway  company  and  the  boston  elevated  railway 

COMPANY. 

Resolved,  That  the  board  of  railroad  commissioners  and  the  Boston 
transit  commission,  sitting  jointly,  be  requested  to  investigate  and  report 
to  the  general  court  on  or  before  the  second  Saturday  of  January,  nine- 
teen hundred  and  ten,  whether  or  not  in  their  opinion  it  is  advisable,  ex- 
pedient, and  in  the  public  interest : — 

(First.)  To  amend  chapter  five  hundred  and  fifty-one  of  the  acts  of 
the  year  nineteen  hundred  and  eight  by  providing  for  a  distribution  of 
any  of  the  assets  of  the  West  End  Street  Railway  Company  among  its 
stockholders,  or  by  changing  the  terms  and  conditions  of  the  first  and 
second  preferred  stock  to  be  issued  by  the  Boston  Elevated  Railway  Com- 
pany, and  if  so,  in  what  manner  and  to  what  extent ; 

(Second.)  To  authorize  the  Boston  Elevated  Railway  Company  to 
acquire  and  hold  the  stock  and  securities  of  other  street  railway  com- 
panies, elevated  railroads  or  electric  railroads,  and  if  so,  under  what  con- 
ditions and  limitations ; 

(Third.)  To  authorize  the  Boston  Elevated  Railway  Company  to 
extend  its  elevated  railroad  from  Sullivan  square  to  the  city  of  Medford, 
and  if  so,  under  what  conditions  and  limitations.    [Approved  May  14,  1909. 
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[Chapter  113.] 

Resolve  to  provide  for  an  investigation  and  report  relative  to 

PUBLIC  improvements  FOR  THE  METROPOLITAN  DISTRICT. 

Resolved,  That  the  members  of  the  board  of  railroad  commissioners, 
the  board  of  harbor  and  land  commissioners,  the  Boston  transit  commis- 
sion and  the  metropolitan  park  commission  are  hereby  instructed  to  sit 
together  as  a  joint  board  for  the  purposes  specified  in  chapter  one  hun- 
dred and  eight  of  the  resolves  of  the  year  nineteen  hundred  and  seven, 
and  the  report  transmitted  to  the  general  court  under  the  terms  of  said 
resolve  is  referred  to  said  joint  board  for  its  consideration.  The  members 
of  the  joint  board  shall  serve  without  compensation  other  than  their 
official  salaries,  but  the  joint  board  may  expend  such  sums  of  money  as 
may  be  approved  by  the  governor  and  council,  and  the  expenses  so  in- 
curred shall  be  assessed  upon  the  metropolitan  parks  district.  Reports 
may  be  made  by  the  joint  board  to  the  general  court  from  time  to  time. 
A  preliminary  report  shall  be  made  to  the  general  court  on  or  before  the 
first  day  of  January,  nineteen  hundred  and  ten,  informing  the  general 
court  ^Yhether  or  not  any  immediate  action  by  it  is  necessary  or  desirable, 
and  if  any  action  or  legislation  is  recommended,  a  bill  or  bills  shall  be  sub- 
mitted embodying  such  recommendations.  A  final  report  shall  be  made 
by  the  joint  board  to  the  general  court  on  or  before  the  first  day  of  January, 
nineteen  hundred  and  eleven,  said  report  to  be  accompanied  by  a  bill  or 
bills  embodying  any  further  recommendations  which  may  be  made. 
[Approved  Mmj  28,  1909. 
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APPENDIX  G. 


The  names  of  all  the  assistants  in  the  Engineering  Department  who 
have  been  employed  for  more  than  one  month  during  the  last  year,  to- 
gether with  an  indication  of  the  work  on  which  they  have  been  engaged, 
are  given  below.  Those  marked  *  left  the  employ  of  the  Commission 
during  the  year. 


OFFICE  ASSISTANTS,  JUNE  30,  1909. 


Edmund  S.  Davis, 
William  W.  Lewis, 
Leonard  B.  Howe, 
Wilbur  W.  Davis, 

George  H.  Stearns, 
*RussELL  L.  Elliot, 
*Charles  Bartlett, 
*Chauncy  R.  Perry, 
*JoHN  S.  Hodgson, 


Assistant  Engineers. 

Oversight  of  office  and  field  work. 
\  Studies,  preliminary  estimates,  designs 
J     for  structures  and  contract  plans. 

Assisting  on  plans  and  making  surveys 
for  Tunnel  under  Beacon  Hill. 

} Designs   for  steel  work   and  concrete 
structures. 

Specifications,  estimates,  etc. 


*George  p.  Goodman, 
Roy  M.  Lothrop, 

*RUDOLPH  J.  ThaNISCH, 

Edmund  A.  Rice, 
*Samuel  C.  Lyman, 
♦Frederick  F.  Murphy, 

Frederic  W.  Stiles, 


Draughtsmen,  etc. 


Plans  for  tunnel  work  and  structures. 


Details  for  steel  work. 

Rodman  on  Tiling  work  until  Oct.  1, 
1908;  later  in  office. 

Photographer  and  assistant  for  purchas- 
ing supplies. 


FIELD  ASSISTANTS. 


*P.  F.  O'Brien, 

♦Robert  B.  Farwell, 
G.  Dana  Emerson, 

Laurence  B.  Manley, 


Assistant  Engineers. 

Record  plans,  sections  1,  2,  5  and  9;  mis- 
cellaneous work  on  Washington-street 
Tunnel. 

Studies  and  estimates  for  Riverbank  Sub- 
way and  Cambridge  Connection. 

Interior  finish  (handrails,  gates,  etc.) 
Washington-street  Tunnel ;  preliminary 
construction  work  and  design  of  struc- 
tures. Section  1  of  Tunnel  under 
Beacon  Hill. 

Interior  finish  of  stations;  paving;  changes 
of  pipes,  conduits,  etc. 
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William  O.  Wellington, 


James  T,  Frame, 


*C.  Leonard  Brown, 


Sub-passageway  at  Travers  street  and 
tunnel  work  under  Relief  Hospital ;  en- 
largement of  Haymarket-square  Sta- 
tion; changes  in  Subway  at  Pleasant 
street  and  preliminary  surveys  for  Tun- 
nel under  Beacon  Hill. 

Tile  work  in  stations  and  inspecting  work 
in  changes  at  Haymarket-square  Sta- 
tion; record  plans,  sections  4  and  5, 
Washington-street  Tunnel. 

Inspection,  interior  finish,  Washington- 
street  Tunnel. 


James  B.  Flaws, 
*Ralph  C.  McPherson, 
*Leon  R.  Vaughn, 


Transitmen, 

Line  and  grade  work. 

Inspecting  construction  work  under  the 
supervision  of  the  assistant  engineer. 


Rodmen. 


*Henry  N.  Hayward, 
Arthur  v.  Lynch, 
Philip  B.  Walker, 

*Hyman  Leftovith, 
*MosEs  L.  Brown, 
*Frank  W.  Burnham, 
*Frederic  W.  Fletcher, 
*JoHN  J.  Hurley, 
Frank  H.  Schoenfuss, 


♦Alfred  W.  Parker, 


I  Line  and  grade  work. 


Same  as  above,  also  on  experimental 
work,  etc. 

Line  and  grade  work;  also  assisting  in- 
spection on  construction  work  under 
the  supervision  of  the  assistant  en- 
gineer. 

Testing  cement,  pitch  and  other  material; 

also  superintending  making  of  concrete 

sheeting,  etc. 
Inspector  of  steel  work. 


SECRETARY  TO  CHIEF 
Arthur  B.  Carter, 

Rose  A.  McMahon, 

John  E.  Ryan, 
*David  J.  Donahue, 

Joseph  P.  Sheerin, 
*Michael  J.  Pendergast, 

Charles  E.  Fay, 


ENGINEER,  STENOGRAPHERS,  ETC. 

Secretary  and  Executive  Clerk  to  the 

Chief  Engineer. 
Stenographer. 
Stenographer. 

Messenger  and  Stenographer. 
Messenger  and  Stenographer. 
Messenger  and  Stenographer. 
Messenger    in    draughting-room ;  blue- 
printing; care  of  plans. 
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APPENDIX  H. 


Summary  Statement  of  all  of  the  Pipes,  Sewers  and  electric 

CONDUITS  laid  ON  ACCOUNT  OF  THE  CONSTRUCTION  OF  THE  WASH- 
INGTON Street  Tunnel,  in  this  and  prior  years. 


WASHINGTON  STREET  TUNNEL. 
Seivers  built  on  account  of  the  construction  of  the  Washington  street  Tunnel. 


Size. 

Length, 
Feet. 

Shape. 

Material. 

o'-6"x4'-ll" 

18 

Bellmouth 

Reinforced  concrete. 

o-3"x3'-6" 

717 

Eeg 

Brick  and  concrete. 

888 

Brick. 

385 

Circle 

Brick  and  concrete. 

4'-3" 

51 
157 

u 
u 

Brick. 

"    and  concrete. 

4'-3"x2'-10" 

196 

Egg 

4  — U  x3  — U 

37 

Rectangle 

Brick  and  reinforced  concrete. 

4'-0"x2'-8" 

524 

Egg 

u 

Concrete. 

3'-9"x2'-6" 

O  I  V 

Brick  and  concrete. 

91 

Concrete. 

3'-6" 
(I 

],042 
90 
54 

Circle 

K 
(( 

Brick  and  concrete. 

Brick. 

Concrete. 

3'-6"x2'-4" 

436 

Egg 

Brick  and  concrete. 

(( 

460 

Concrete. 

3'-6"xl'-3" 

148 

Oval 

3'-4"xl'-6" 

48 

Reinforced  concrete. 

*3'-3"xl'-8" 

29 

Ellipse 

3'-0"x3'-0" 

54 

Horse-shoe 

Concrete. 

3'-0" 

381 
527 

Circle 

Brick  and  concrete. 
Concrete. 

3'-0"x2'-0" 

135 

Egg 

2'-9"xl'-6" 

69 

Oval 

Reinforced  concrete. 

2'-6"xr-8" 

21 

Egg 

Concrete. 

28" 

18 

Circle 

27" 

32 

Circle 

Reinforced  concrete. 

24" 

2,149 

Vitrified  pipe  in  concrete. 

20" 

339 

18" 

1,570 

U                   11          11  u 

15" 

2,266 

U                   U          11  u 

12" 

1,549 

(I                   il          ii  u 

10" 

40 

a              u       u  it 

6" 

46 

6" 

54 

Cast  iron  pipe  in  concrete. 

Total, 

15.000 

*  Double  barrel 
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WASHINGTON  STREET  TVNNEL.— Continued. 

Water  Mains  laid  on  account  of  the  construction  of  the  Washington  street 

Tunnel. 


Size, 
Inches. 

Length, 
Feet. 

Size, 
Inches. 

Length, 
Feet. 

36 

2,988 

12 

3,443 

30 

1,018 

10 

10 

24 

2,230 

8 

619- 

20 

383 

6 

500 

16 

1,346 

Total,  12,537 


Water  Mains  laid  at  the  expense  of  the  Water  Department  in  connection  with 
the  construction  of  the  Washington  street  Tunnel. 


Size, 
Inches. 

Length, 
Feet. 

Size, 
Inches. 

Length, 
Feet. 

36 

50 

10 

113 

16 

1,818 

8 

40 

12 

1,489 

6 

23 

Total,  3,533 


The  Edison  Electric  Illuminating  Company's  conduits  laid  on  account  oj 
the  construction  of  the  Washington  street  Tunnel. 

This  work  was  done  by  and  at  the  expense  of  the  Edison  Company 
and  only  very  approximate  lengths  are  given. 

The  length  of  conduit  given  is  from  center  to  center  of  the  manholes. 


No.  of 

Conduit 

Duct 

No.  of 

Conduit 

Duct 

Ducts. 

Linear  Feet. 

Feet. 

Ducts. 

Linear  Feet. 

Feet. 

30 

21 

630 

12 

596 

7,152 

25 

29 

725 

10 

323 

3,230 

24 

1,485 

35,640 

8 

919 

7,352 

21 

462 

9,702 

7 

50 

350 

20 

1,456 

29,120 

6 

915 

5,490 

18 

'154 

2,772 

4 

250 

1,000 

14 

447 

6,258 

3 

193 

579 

Total,    7,300  110,000 
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WASHINGTON  STREET  TV mEL.— Continued. 

The  New  England  Telephone  and  Telegraph  Company's  conduits  laid  on 
account  of  the  construction  of  the  Washington  street  Tunnel. 

This  work  was  done  by  and  at  the  expense  of  the  Telephone  Com- 
pany and  only  very  approximate  lengths  are  given. 

The  length  of  conduit  given  is  from  center  to  center  of  manholes. 


No.  of 

Conduit 

Duct 

No.  of 

Conduit 

Duct 

Ducts. 

Linear  Feet. 

Feet. 

Ducts. 

Linear  Feet. 

Feet. 

32 

155 

4,960 

14 

39 

546 

24 

318 

7,632 

12 

1,188 

14,256 

23 

38 

874 

10 

608 

6,080 

21 

368 

7,728 

8 

1,852 

14,816 

20 

43 

860 

6 

436 

2,616 

18 

16 

288 

4 

196 

784 

16 

338 

5,408 

2 

76 

152 

Total,    5,671  67,000 


Gas  Mains  laid  on  account  of  the  construction  of  the  Washington  street 

Tunnel. 

This  work  was  done  by  and  at  the  expense  of  the  Boston  Consoli- 
dated Gas  Company  and  only  the  approximate  lengths  are  given. 


Size, 
Inches. 


Length, 
Feet. 


20 
18 
12 
10 


3,944 
804 
4,951 
27 


Size, 
Inches. 


Length, 
Feet. 


232 
2,387 
152 
36 


Total,  12,533 
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WASHINGTON  STREET  TUNNEL.— Continued. 

Electric  conduits  laid  on  account  of  the  construction  of  the  Washington  street 

Tunnel. 


The  work  was  done  by  and  at  the  expense  of  the  various  companies 
and  only  very  approximate  lengths  are  given. 

The  length  of  conduit  given  is  from  center  to  center  of  manholes. 


No. 
of 
Ducts. 

Conduit 
Linear 
Feet. 

Duct 
Feet. 

Boston  Low  Tension  Wire  Ass'n  . .  . 

Total, 

2 
6 
7 
9 

496 
538 
196 
36 

992 
2,728 
1,372 

324 

1,266 

5,416 

Boston  Pneumatic  Transit  Co  

2 
o 

1 

110 

220 
2,270 

10"  dia.  pipe. 

Boston  Elevated  Railway  Co  

Total, 

9^ 

120 
27 

147 

600 
243 

843 

Western  Union  Telegraph  Co  

Total, 

1 

3 

250 
97 

347 

250 
291 

541 

Postal  Tel.  and  Cable  Co  

2 

192 

384 

APPENDIX  I. 


Washington  Street  Tunnel. — Canvass  of  Bids  for  Building  a  Portion  of  the  Walls,  Roop  and  Invert  for  the  Enlargement  op  the  Subway  under  the  Boston  Citv  Hospital  Relief  Station.  

Bids  Opened  July  16,  1908. 


r?moving°and 

Furnishing,^ 

prepa°rii!'«anii 

Preparing 

.^ppLving  8.5 

So'i'pVo 

°inK  ''Kelk!" 

Setting  in 

fouDdations. 

boulderefmet 

Totals. 

r.b 

Falvey  &  Kelly, 

15  fiik'i  vnie  I';irk.  Dorchester..  . 

SS  ,„ 

SI4  («) 

.56.00 
60.00 

S12..50 

S20.00 
300 . 00 

$20.00 
700 . 00 

so.  60 

300 . 00 

so., 50 

$0.20 
500.00 

SI.  00 
86.00 

Sfl.70 
1,400.00 

18°'™ 

81,600.00 

§21,932.00 

Oct.  15,  1008, 

—soliu 

14  no 

_1B  00 

.20 
60  00 

.20 
500.00 

.40 
34.00 

.35 
700.00 

.30 
78.00 

1,000.00 

21,478.00 

Oct.  15,  1008. 

Cout:l,lM„  ,^  MirIM 

.  2.25 
1,237.50 

7.50 
3,000.00 

17.00 
2,210,00 

20.00 
200.00 

ll,2,50!oO 

10  00 

20  00 
700.00 

200.00 

.20 
00.00 

.20 
500.00 

.15 
12.75 

.30 

600.00 

.20 
52.00 

800.00 

21,002.25 

Oct.  1 ,  'OS, 'dii/s  Ini'ly"''*' 

Htigh  Nnun  {.'oiitraeting  Co., 
82  Savin  St..  Roxbury  

4.00 

8.00 
3,200.00 

12.00 
1,660.00 

6.00 
60.00 

8,250  !o"0 

12.00 
216.00 

15.00 
625.00 

.50 
250.00 

,50 
150.00 

.20 
500.00 

.10 
8.50 

65!  00 

18,434.50 

Sept.  28,  1008. 

Coleman  Bros.. 

15  Court  Square,  Boston  

4.00 
2,200.00 

5.00 
2,000.00 

12.00 
1,, 560. 00 

10.00 

10.00 
7,500.00 

15.00 
270.00 

20.00 
700.00 

.,50 
2.50.00 

225  00 

.25 
625.00 

68!  00 

.25 
500.00 

52!  00 

17,050.00 

Oct.  1,  1908. 

Note. — The  contract  was  awarded  to  Coleman  Bros. 
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APPENDIX  J. 


Cambridge  Connection. — Canvass  of  Bids  for  Three  Test-borings 
ON  LINE  of  Tunnel  under  Beacon  Hill. — Bids  Opened  July 
16,  1908. 


Bidders  and  Addresses. 

Three  Borings, 
aggregating  245  linear 
feet,  made  witii 
pipes  not  exceeding 
6  ins.  inside  diameter. 
Price  to  cover 
taking  of  samples 
in  all  materials. 

Chas.  R.  Gow  Co., 

79  Milk  Street  , 

Boston  

Price                $3 . 65 
per  lin.  ft., 
Amount,  894.25 

Price                 3 . 25 
per  lin.  ft., 
Amount,  796.25 

Healey  Sewer  Machine  &  Constrn.  Co., 
15  Beacon  Street, 

Boston  

Note. — The  contract  was  awarded  to  Healey  Sewer  Machine  &  Construc- 
tion Co. 
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APPENDIX  K. 

Washington  Street  Tunnel.  —  Canvass  of  Bids  for  Furnishing 
AND  Installing  about  660  lin.  ft.  of  Oak  Hand-rails,  includ- 
ing Metal  Fittings,  in  the  Temple  Place,  Winter  Street, 
Summer  Street,  Franklin  Street  and  Essex  Street  En- 
trances.— Bids  Opened  July  28,  1908. 


Bidders  and  Addresses. 

Lump  Price. 

Time  Named  for  . 
Completion. 

Charles  H.  Belledeu, 

35  Wareham  Street,  Boston  

$1,099.00 

John  Y.  Mainland, 

414  Albany  Street,  Boston  

988.00 

A.  Dickey  &  Co., 

37  Bristol  Street,  Boston  

885.50 

Isaac  McLean  Sons  Co., 

761.00 

Ten  days. 

Note. — The  contract  was  awarded  to  Isaac  McLean  Sons  Co. 
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APPENDIX  L. 

Washington  Street  Tunnel.  —  Canvass  of  Bids  for  Furnishing 
AND  erecting  Bostwick  Gates  at  Entrances  and  Exits. — 
Bids  Opened  Aug.  4,  1908. 


Bidders  and  Addresses. 


Lump  Bid. 
Gates  with 
Fittings 
(not  including 
Locks), 
painted,  as 
shown  on 
Plans  Nos. 
9041  to  9054, 
inclusive. 


Time  Named  fob 
Completion. 


Wright  Wire  Co., 
Worcester,  Mass. 


L.  M.  Ham  &  Co., 

150  Portland  St.,  Boston. 


Chelmsford  Foundry  Co., 
Medford,  Mass  


The  Morss  &  Whyte  Co., 
75  Cornhill,  Boston  


A.  B.  Robbins  Iron  Co., 
Norfolk  Downs,  Mass. 


Oliver  Whyte  &  Co., 
17  Cornhill,  Boston. 


$1,685.00 


1,523.00 


1,453.00 


1,450.00 


1,192.00 


1,087.00 


6  weeks  or  less. 


About  3  months. 


4  weeks. 


75  days. 


6  weeks. 


About  4  weeks. 


Note. — The  contract  was  awarded  to  Oliver  Whyte  &  Co. 
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APPENDIX  M. 


Washington  Street  Tunnel. —  Canvass  of  Bids  for  Furnishing  and 
Installing  About  790  Lin.  Ft.  of  Oak  Hand-Rails,  Including 
Metal  Fittings,  in  the  La  Grange  Street,  Boylston  Street, 
Hayward  Place,  Milk  Street,  Water  Street  and  Adams  Square 
Entrances. — Bids  Opened  August  6,  1908. 


Bidders  and  Addresses. 


Lump  Price. 


Time  Named  for. 
Completion. 


Charles  H.  Belledeu, 

35  Wareham  Street,  Boston 


$1,305.00 


John  Y.  Mainland, 

414  Albany  Street,  Boston 


1,290.00 


A.  Dickey  &  Co., 

37  Bristol  Street,  Boston 


1,030.00 


Isaac  McLean  Sons  Co., 

31  Lancaster  Street,  Boston, 


898.50 


Two  weeks. 


Note. — The  contract  was  awarded  to  Isaac  McLean  Sons  Co. 
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APPENDIX  N. 


Washington  Street  Tunnel. — Canvass  of  Bids  for  Steel  Fences 
AND  Stair  Balustrades. — Bids  Opened  August  20,  1908. 


Bidders  and  Addresses. 

Furnishing 
and  installing 
fences  and 
balustrades. 

Time  Named  for 
Completion. 

G.  W.  &  F.  Smith  Iron  Co., 

Gerard  Street,  Roxbury  

$1,474.00 

Five  weeks. 

Oliver  Whyte  &  Co., 

17  Cornhill,  Boston  

1,396.00 

Six  weeks. 

A.  B.  Robbins  Iron  Co., 

Norfolk  Downs,  Mass  

1,041.00 

Five  weeks. 

Note. — The  contract  was  awarded  to  A.  B.  Robbins  Iron  Co. 
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Boston  Transit  Commission. 


APPENDIX  O. 

Washington  Street  Tunnel. —  Canvass  of  Bids  for  Furnishing  and 
Erecting  Steel  Fences,  etc.,  in  Milk  Station. —  Bids  Opened 
August  24,  1908. 


Bidders  and  Addresses. 

Lump  Price 
for  Fences, 
stair  balus- 
trades, posts 
and  frame 
for  sign. 

Time  Named  for 
Delivery. 

G.  W.  &  F.  Smith  Iron  Co., 

Gerard  Street,  Roxbury  

$1,100.00 

Four  weeks. 

Oliver  Whyte  &  Co., 

17  Cornhill,  Boston  

825.00 

Four  weeks. 

A.  B.  Robbins  Iron  Co., 

Norfolk  Downs,  Mass  

749.00 

Six  weeks. 

Chelmsford  Foundry  Co., 

Medford,  Mass  

647.00 

Three  weeks. 

Note. — The  contract  was  awarded  to  Chelmsford  Foundry  Co. 


Appendix. 


61 


APPENDIX  P. 

Washington  Street  Tunnel. — Canvass  of  Bids  for  Taking  up  and 
Relaying  Pavement,  etc.,  on  Winter  Street,  Between 
Washington  Street  and  Jackson  Place. — Bids  Opened  August 
27,  1908. 


Bidders  and  Addresses. 

Item  (a). — 
Taking  up 
blocks,  cart- 
ing away 

materials  and 
relaying  270 

sq.  yds.  granite 
block  pave- 
ment, incl. 
crosswalk 

flagging;  pitch 

&pebble  joints. 

Item  (b). 
Furnishing 
and  putting 
in  place  270 
sq.  yds.  con- 
crete base, 
6  inches  thick. 

Totals. 

John  T.  Shea,  Jr., 

$1.25 

$1.10 

696  E.  Sixth  St.,  So.  Boston.. . . 

337.50 

297.00 

634.50 

Wm.  J.  Rafferty  &  Co., 

1.15 

1.15 

200  W.  Eighth  St.,  So.  Boston. 

310.50 

310.50 

621.00 

Coleman  Bros., 

1.00 

1.00 

15  Court  Square,  Boston  

270.00 

270.00 

540.00 

Note. — The  contract  was  awarded  to  Coleman  Bros. 
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Boston  Transit  Commission. 


APPENDIX  Q. 

Washington  Street  Tunnel. — Canvass  of  Bids  for  Furnishing  and 
Erecting  Steel  Fences  for  Sub-Passageways,  Union-Friend 
Station. — Bids  Opened  September  9,  1908. 


Bidders  and  Addresses. 

Lump  Price. 

Time  Named 

FOR 

Completion. 

1 

Totals,  in- 
cluding Prem- 
iums at  $20.00 
per  working 
day  beyoad 

shortest 
period  named 
(Three  weeks, 
equal  to  18 
working  days). 

Chelmsford  Foundry  Co., 

Medford  

S400.00 

Three  weeks 

$400.00 

The  Grecian  Iron  Works, 

28  Tudor  St.,  Cambridge  

363 . 00 

Four  weeks 

483.00 

Oliver  Whyte  &  Co., 

17  Cornhill,  Boston  

330.00 

Three  weeks 

330.00 

A.  B.  Robbins  Iron  Co., 

Norfolk  Downs,  Quincy  

275.00 

Three  weeks 

275.00 

L.  M.  Ham  &  Co., 

150  Portland  St.,  Boston  

184 . 00 

Ten  weeks 

1,024.00 

Note. — The  contract  was  awarded  to  A.  B.  Robbins  Iron  Co. 
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APPENDIX  R. 

Washington  Street  Tunnel. — Canvass  of  Bids  for  Furnishing  and 
Installing,  in  Various  Stations,  Oak  Hand-rails  and  Cast-iron 
Posts. — Bids  Opened  September  9,  1908. 


Bidders  and  Addresses. 

Lump  Price 
for  about  400 
lin.  ft.  of  2i- 
inch  Oak 
hand-rails 
and  71  cast- 
iron  posts. 

Time  Named 

FOR 

Completion. 

Isaac  McLean  Sons  Co., 

31  Lancaster  St.,  Boston  

$1,276.00 

One  month. 

John  Y.  Mainland, 

414  Albany  St.,  Boston  

1,246.00 

Five  weeks. 

A.  Dickey  &  Co., 

37  Bristol  St.,  Boston  

1,150.00 

Four  weeks. 

Note. — The  contract  was  awarded  to  A.  Dickey  &  Co. 
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Covering  one 
space  between 
elevators. 

Item  (2b). 

$495.00 
379 . 04 

Covering  10 
balustrade 
faces  with 
Sheet  Bronze, 
etc. 



w 

s 

l-H 

$2,275.00 
2,247 . 75 
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42  (lays 
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On  or  before 
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Boston  Transit  Commission. 
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Totals. 

$2,435.00 
1,670.00 
1,632.75 
859.50 

Cutting  out 
and  removing 
to  the  Canal 
street  yard 
18  tons  of 
steel- 

20.00 
300.  (H) 

10.00 
180.00 

8.00 
144.00 

6.50 
117.00 

Cutting  out 
and  leaving 
in  the  invert 
of  the  Subway 
80  cu.  yds. 
of  masonry. 

10.00 
800.00 

8.00 
040.00 

8.25 
660.00 

4.50 
300.00 

Cutting  out, 
removing  and 
disposing  of 
Hf)  cu.  yds. 
of  masonry. 

$15.00 
1 ,275 . 00 

10.00 
850.00 

9 . 75 
828.75 

4.50 
382.50 
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APPENDIX  V. 

Washington  Street  Tunnel. — Canvass  of  Bids  for  Filling  in  the 
Pleasant  Street  Incline  of  the  Tremont  Street  Subway. — 
Bids  Opened  November  25,  1908. 


Bidders  and  Addresses. 

Lump  sum 
for  filling  in 
the  open  in- 
cline with 
2,000  cub.  yds., 
more  or  less, 
of  material 
already  stored 
in  and  around 

the  incline, 
and  including 
the  building 
of  one  brick 
manhole. 

Number  of  men  to  be 
furnished. 

Day. 

Night. 

Robert  Eager 

19  Wabeno  St.,  Roxbury  

P.  O'Riorden, 

6  City  Square,  Charlestown  

Hugh  Nawn  Contracting  Co., 
82  Savin  St.,  Roxbury.  

Coleman  Bros., 

Coughlan  &  Sheils  Co., 

43  Tremont  St.,  Boston  

1,800.00 
1,185.00 
994.00 
900.00 
875.00 

75 

As  many  a 
to  complete 

50 

75 

s  necessary 
vork  on  time 

50 

Note. — The  contract  was  awarded  to  Coughlan  &  Sheils  Co. 


Washington  Street  Tunnel. —  ( ^  \  \ 

APPENDIX  W. 

  '  ■   ■"     ■' '■     iviii..  ^fi'Ks  Hearth  Steel  Reinfodcing 

.  1  um;i  n  .\  I     MM    I   V  ■,  ■>(    ,~,,,M  1     ^  m:m,    I',,,.,,,.,        1  ■, ,, .  ~    (         .,       Dm  ,  ur>       7,  1908. 

Bidders  and  \i.i.»Fj»ii« 

 ;    _      „r.,.:::„  ."^:r::. 

1.61) 

SI, 280. on 

SI  ,484. no 

1 .7.55 
1.75 
1.73 

1.41)0  III! 

,,:,..00 

1,.4.00 

Open   lliaiHi  Si.  ri   lln.l.  ::j  II.  n,   ;i,  u     jKiniill,        „r  before  Dee.  30,  ItlOS; 

H.  i\  ('.mv«-p>  A-  ('".-^^  ^ 

17. 

I'.M  ,1,1  ni  1  i  mK  lliiilding.  Boston.  .  . 

1.70 

'"i'  "r"  "■"i"'',,n!t"'"T,i";,;,  •'i'V""i  i'  "'i';  '■•o'";:ins "  

'~i''r,?,:;:ir:n-'\,"vy,,,-k(,ty,., 
""'■''s!:i,':V>;;...H,toton  

1. 68 

1,344.00 

Open  Ikartli  Steel  K.nls.  32  ft,  or  36  ft.— Entire  Delivery  Dec.  30,  IBOS. 



1.6S 

Ilpi  n  Mr  , ,11,  Sl,  ,  l  H.„ls,  30  ft,— .\t  least  2O,U00  lbs.  by  Dec,  30,  ISIOS;  halanee  2  tn 

""'^KMtLs;;,,..,B„stou  

l.BS 

1,344  00 

dp,-  i:m,i-,  :i2  ft. 

Pu^;:h:;i  s.,-eet,  Boston  

1.675 

"'.;:",.''^:"i'';r:  ''V,.,!;:",\,.it'''Y'',,''i..v"'",'\'"^v''h  .:;'h«^  ' 

11.  \V.  ll.iym  i-  (  V... 

nil  TiLMiioiit  Street,  Boston  

1.655 
1.6425 

:i7S  FianUlin  Street,  Boston  

i)|„n   Ml  nil,       '  i    |;,n|-        II.— Entire  delivery  Ix-fore  Dec.  30,  lUUS,  H  orderei 

Note.— The  c 
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BarrelB^per 

•Si. 

'EE' 

......... 

Urrel.. 

"■Tarr°.l'.'''°"" 

'  v'TO-kTroni" 

1) 

uJ 

VlflOOO 

1'-.'  IMIn 

'i,':^oii, 

2,000 

Ci 



Feb.  23,  1909 

,\|,nl'l.^  lolli 

C'oplay  (Vmcnt  Mfg.  Co., 

■24  Milk  St.,  HosUui  

1-03 
May   1,  10(10 

Sept 

1,08 

1.73 
Dec.  31,  10(10 

Oet. 

'i.5:«ioi(, 

0  '1 

Feb.  23,  1909 

sl.irch(.ii..^c 

Oct.  'is'.^lftlO 

1,000 

Oi 

Windsor  (■(■rnoriU-..-,  ^ 

sii.ivhlm".''. 

1  (17 
(let.    ('.  loin 

Oet. 
Oet. 

'i';'p.iio 

1.74 

IIH.  ',,'hiIO 

1 ,73 
Oct.    1,  101(1 

Oet. 
Oct. 

'  1.^1010 

1-04 
Oct.    1.  1910 

1  72 
Oct.  1.  1010 

750 

Fourteen 

6i 

Feb.  25,  1909 

Kast^^n)  Clav  Goods  C^.. 

7H  IVIllk"  St.,  Ho.stiiii  

H111.SON 

'wlrr^!,;," 

l)r(.  Ill,  I'.lin 

Oet. 

111,  101(1 

I  ,  05 
(let.  1(1.  101(1 

Oct. 
Oct. 

III.  1010 

Oct.  10,  1010 
0  1  Vl'"  1 

1,,500 

Ten 

Ci 

Feb.  23,  1909 

Waldo  nrothera, 

102  Milk  St.,  Boston  

'wl)'*'froni" 

"1 

del     15,  1010 

2,000 

Fourteen 

Feb.  13,  1909 

Terms,  30  days;  1  cent  per  barrel  discount 
for  payment  of  hills  in  10  diiys. 

work  from 
Btorehonse. 

1.7-, 

Oet.  I.'-),  1010 

Oet. 

it  from  Mil 

Oi 

Dolhen  &  SiiHivMn, 

Uil  Di'vonsliire  St.,  Boston  

Delivered  on 
work  from 

Delivereil  ..n 

- 

^r,.  1010 

1  fl.-, 
Oet.  l.""!,  101(1 

- 

Oct. 

'i5;'oi(i 

Oct,  'i.^'hho 

- 

- 

Twelve 

Oi 

n 

March    1,  1909 

Wm.  C.  Norcros.^  Co., 

486  Albany  St.,  Boston  

Whitehall 

sZehoT. 

1.7.3 

Oct.  1,5,  1010 

oet. 
Oet. 

,04 
1,73 

i.""),  1010 

1  04 
Oet.  \r>.  1010 

1,73 
Oet.  1.1,  1010 

Oct. 
Oct. 

1  04 
15,  1010 

'■■"iqio 

Oet,  IS,  1910 

1.73 
Oct.  16,  1910 

2,000 

seven 

OJ 

March    1,  1909 

Wm.  0.  Norcross  Co., 

480  Albany  St.,  Boston  

1  04 
Oct,  Ifi.  101(1 

Oct. 

Oet,  1.5,  1010 

2,000 

seven 

March   1,  1900 

NOIITHAMPTON 

Oct.  1.5,  101(1 

Oct. 

1,73 

1 ,73 
Oet.  1.5,  1910 

Oi 

7! 

Windsor  Cement  Co., 

101  Devonshire  St.,  Boston  

Delivere.l  on 

Delivered  on 
storehouse. 

.,et.'l':',OI,l 
Oet.    1,  UIKI 

Oet. 
Oct. 

KUlll, 

SOO 

Fourteen 

0} 

7i 

Feb.  2.5,  1900 

,1.  P.  O'Connell  Co., 

102  I'reeport  St.,  Dorchester, 
Nazareth 

Delivere.l  on 

i,-!,"riin 

lie,  irl'ioiii 

OM. 

ifioio 

1.G3 

1.73 
Oet,  IS,  1910 

3,000 

Fourteen 

0} 

7! 

Feb,  20,  1900 

Charles  Warner  Co., 

lOi  Devonshire  St.,  Boston  ... 

Delivered  on 
Delivered  on 

1,03 
I'eb.   0,  1010 

Feb.'  (f.^Oin 

Feb. 
Feb. 

0,^1010 
O.'lOlO 

1.03 
Feb.   0,  1010 

Feb.'  i!!'mn 

Feb. 
Feb. 

,03 

0,  1010 
(flOlO 

1,03 
Feb.  0,  1910 

Feb.'fi^^lOlfl 

3.000 

Fourteen 

di 

Feb.  20,  1909 

Uniletl  Blclg.  Material  Co.. 

1(11  Milk  St.,  Boston  

r).-li>.ir,l  „n 

(VI.VflOKI 

OH, 

0     '1™  1 
(let  '1010 

Oct. 
OC. 

15,  lOIll 

(M   '1.5', '1010 

- 

Reason- 
able notice 

0* 

71 

Until  revoked,  at 

.lames  A.  Davis  &  Co., 

(12  State  St.,  Boston  

work  from 

1.03 
Dee.  31,  1010 

Dee. 

,03 

31,  101(1 

1,03 
Dec.  31.  1010 

Dec. 

31,^010 

1  03 
Dec.  31,  1910 

Ten 

Until  withdrawn 

In  car-loads  and  team-loads  respectively. 

work  fntiii 

71 

71  ^ 

1 .71 

f  from  Mill 

71 

David  W.  Lewis  Co., 

24  Milk  .St.,  Boston  

Oct.  1.5,  1010 

Oct,  IS^'lOlO 

1,000 

Five 

Oi 

71 

Feb.  2.5,  1909 

I'lELDEttUKKO 

Delivered  on 
work  from 

1 .  (W 
.Ian.    1,  1010 

Jsn. 

.0.'; 

1,  1010 

Oct. 

l-'''''l01( 

Oct.  Ifl?'l910 
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APPENDIX 

z. 

Canvass  of  Bids  for  FuRNisHiNn  120,000  \-<. 

u:  'IwisTED  Open-  He.\rth  Steel  Kei.nforcing  Rods, 

-Bii)-s  DpENED  Febru.vrv  U,  1009, 

Bidders  and  Addresses. 

Corrugated  Bar  Companv,  bv 

E.  A.  Tucker.  NVw  lOnL'huu!  Aeent, 

1  inch 

round  corrugated  open-hearth  steel  bars    Shipment  by  March 

SI  SI 

S-^  17"  00 

909.    This  price  for  car-loads. 

Abertbaw  C'un.-iniri  mn  (  n  , 

Deliv 

ry  in  one  month. 

.v..!M;r.Iv,J^   

Deliv 

100 

ry  intone  to  two  weeks.    For  Bessemer  steel  rods,  S1.66  per 

,|,„|,„„.„nHu,.,|s..,.|C„   

l-oHK,„|'l,.,nAS„,.|.'„" 

1  74.-, 

One-half  in  four  weeks;  remainder  two  weeks  later. 

li.);itil       1  iiuir  liinlding,  Boston  

Deliv 

ry  in  30  days. 

Deliv 

ry  in  three  to  four  weeks. 

Ransome  foiHTrti'       Iihutn  <  <> 

The  GoIUT:,!    Hlr,.,nn|,|,L-  (  n  , 

1  71 

Deliv 

ry  in  30  days. 

1  7t,., 

Deliv 

ry  on  March  15.  1009. 

Cambria  yteel  (  o.. 

n  30  days;  possibly  three  weeks. 

Dodge-Ifeiey  Co.. 

Delivery  in  30  days. 

.Jones     Laughlin  Stec-l  Co.. 

131  State  Street,  Boston  

1.705 

2,046.00 

Delivery  on  March  15.  1909. 

Harrington.  Robinson  &  Co., 

272  Franklin  Street,  Hoston  

1.70 

2,040.00 

Delivery  by  March  10,  1909. 

Fred  A.  Houdlettc  &  Son,  Inc., 

93  Broad  Street,  Boston  

2,022.00 

DeUv 

ry  on  March  15,  1909. 

H.  P.  Converse  &  Co., 

SS  Broad  Street,  Boston  

47  Stillings  Street,  Boston  

Corrugated  Bar  (_'ornpanv,  bv 

E.  A.  Tucker,  New  England  .\gent, 

1.66 
1.56 

2,016.00 
1,872.00 

Delivery  on  March  18,  1909. — First  car-load  could  leave  mill  about 
7  to  10  days  from  date  of  receipt  of  order  at  mill;  remainder  to 
follow^immediately.    Last  car-load  could  be  held  30  to  60  days  if 

Hot  twisted  steel  bars,  not  conforming  to  specifications. 

e: — The  contract  was 

awarded 

to  Wm.  H.  Perry  Co. 
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APPENDIX  AA. 


Cambridge  Connection. —  Canvass  of  Bids  for  Furnishing  Steel  and  Iron 
Work  for  Section  1,  Tunnel  under  Beacon  Hill. —  Bids  Opened 
March  18,  1909. 


Bidders  and  Addresses. 

31.000 
pounds 
structural 
steel. 

Time  Named  for 
Delivery. 

Price 

N.  E.  structural  Co., 

per  pound. 

3  cents. 

110  State  St.,  Boston  

Amount. 

$930.00 

May  1,  1909. 

Price 

H.  P.  Converse  &  Co., 

per  pound. 

2^  cents. 

88  Broad  St.,  Boston  

Amount. 

$775.00 

May  1,  1909.  , 

Price 

Chelmsford  Foundry  Co., 

per  pound. 

2^  cents. 

Beams,  April  15,  1909, 

Medford  

Amount. 

$775.00 

Balance,  May  1,  1909. 

Price 

Phoenix  Iron  Co., 

per  pound. 

2-11)%  cents. 

110  State  St.,  Boston  

Amount. 

$759.50 

May  1,  1909. 

Note. — The  contract  was  awarded  to  Phoenix  Iron  Co. 
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Boston  Transit  Commission. 
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APPENDIX  CC. 


Cambridge  Connection. — Canvass  of  Bids  for  Construction  of  Section  1,  2,000  Linear  Feet  of  Tunnel  under  Beacon  Hill. — Bids  Opened  March  30,  1909. 
"A." — All  Work  assumed  to  be  done  in  Free  Air. 


BlODEM  »N1J  Aoohesses. 

58,000  c.yd>, 
cuvat.on. 

iSfof'l'Jo";. 

PumishiDgj 
c.  ^ds.  PorU 

FumisliiQg 
and  ^ying  20 

'bricl™otk°' 

L„vi„8  300 

fur'ii?.hiS''§y' 
slon. 

Laying  100 

fumishetf  by 
sion. 

??:;ra„'d° 

„o,e^erl„. 

F„mi.l„„g,  1 
To"'  sT'yd'j" 

1 

"lO.OlKf '  s'q"^ 

Su,pof.ij,_«. 

iEd^' 

Sui,  3  +  85, 

s„pp„„i„g  ! 

Mu'l'lf-aiTof 
Sla.  3  +  85. 

ToT.M.a. 

a 

b 

o.a.v 

<1 

e 

ee 

f 

It 

■■  1  ' 

k 

kk 

-  -   

Peter  W.  Hill, 

$7.00 

$10.00 

$'.6.00 

$20.00 

$  .50 

$1.00 

$15.00 

$25.00 

$  ,50 

S  ,50 

$.75 



$6,00 

426  Old  South  BIdg..  Boston  

406,000.00 

1,200.00 

304,000.00 

400.00 

150.00 

100.00 

3,750,00 

1,760.00 

7,500,00 

7,500.00 

7,000,00 

10,290,00 

$749,665. 

00 

Joseph  McCabe, 

5.50 

8.00 

13.25 

20.00 

.80 

1.00 

19,50 

28.00 

,60 

1,20 

.50 



8,25 

S05  Banigan  Bldg.,  Providence,  R,  1. 

319,000.00 

960.00 

251,750.00 

400.00 

240.00 

100.00 

4,875,00 

1,960.00 

9,000,00 

60,00 

5,000.00 

3,190,00 

14,148,76 

610,683 

75 

Coughlan  &  Slieils  Co., 

5.75 

8.00 

12.00 

20.00 

2.00 

2.00 

10,00 

20.00 

,40 

,50 

.30 



11,00 

43  Tremont  St.,  Boston  

333,500.00 

960.00 

228,000.00 

400.00 

600.00 

200.00 

2,500.00 

1,400.00 

6,000,00 

25,00 

3,000.00 

10,000,00 

18,865,00 

605,450 

00 

Manufacturers  Contracting  Co.. 

5.98. 

3.00 

11.90 

18.00 

.40 

1.25 

10.00 

10.00 

,40 

,50 

.20 

— 

2,00 

Wilmington,  Del  

346,840.00 

360.00 

226,1110.00 

360,00 

120.00 

125.00 

2,500.00 

700.00 

6,000,00 

3,500,00 

3,430,00 

592,060 

00 

5.00 

6.00 

12.00 

18.00 

1.00 

2.00 

15.00 

20.00 

,50 

.50 

'30 



4,00 

10  Tremont  St.,  Boston  

290,000.00 

720.00 

228,000.00 

360,00 

300.00 

200.00 

3,750.00 

1,400.00 

7,500,00 

25,00 

3,000.00 

4,000,00 

6,860.00 

546,115 

Northeastern  Construction  Co., 

4.50 

6.00 

12.50 

18.00 

.50 

1.00' 

10.00 

12.00 

,50 

1,00 

.20 



6.00 

6  Beacon  St.,  Boston  

261,000.00 

600.00 

237,500.00 

360.00 

150.00 

100.00 

2,500.00 

840.00 

7,500,00 

50,00 

2,000.00 

10,000,00 

10,290.00 

632,890 

00 

Bruno  &  Petitti, 

4.75 

5.00 

11.00 

20.00 

2.00 

3.00 

25.00 

25.00 

,50 

1,00 

.40 





18  Tremont  St.,  Boston  

275,500.00 

600.00 

209,000.00 

400.00 

600.00 

300.00 

6,250.00 

1,750.00 

7,500,00 

50,00 

4,000.00 

10,000,00 

16,000.00 

630,950 

00 

Wra.  H.  Smith  Co., 

4.90 

5.00 

9.90 

20.00 

2.00 

6.00 

25.00 

25.00 

,75 

1.00 

.25 

— 

2.00 

445  Tremont  Bldg.,  Boston  

284,200 . 00 

600.00 

188,100.00 
12.00 

400.00 

600.00 
1.00 

600.00 

6,250.00 

1 ,750 . 00 

11,250,00 

50.00 

2,500.00 

25,000,00 

Coleman  Bros., 

4.50 

6.00 

25.00 

15.00 

20,00 

,50 

1.00 

.75 

15  Court  Sq.,  Boston  

261,000.00 

720.00 

228,000.00 

500.00 

300.00 

200.00 

3,750.00 

1,400,00 

7,500,00 

50.00 

7,500.00 

 ^ 

4''87  -0 

Metropolitan  Contracting  Co., 

4.75 

5.00 

10.00 

20.00 

1.50 

20.00 

20,00 

,50 

.60 

.35 

.50 

95  Milk  St.,  Boston  

275,500.00 

600.00 

190,000.00 

400.00 

300  loo 

150.00 

5,000.00 

1,400,00 

7,500,00 

25.00 

3,500.00 

3,500,00 

857.50 

488,732 

50 

United  Engineering  &  Contracting  Co., 

4.00 

12.00 

20.00 

1.00 

1.00 

10.00 

15,00 

.60 

.20 
2,000.00 

6.00 

32  E.  32nd  St.,  New  York  City.  , . 
Patrick  McGovem, 

220,400 !  00 

480.00 

228,000.00 

400.00 

300.00 

100.00 
1.00 

2,500.00 

1,050,00 
14,00 

11,250:00 

30.00 

5,000,00 

10,290.00 

00 

4.55 

4.00 

10.00 

18.00 

.50 

10.00 

,26 

.40 

.25 

.50 

6  Beacon  St.,  Boston  

263,900.00 

480.00 

190,000.00 

360.00 

150.00 

100.00 

2,500.00 

980,00 

3,750,00 

20.00 

2,500.00 

3,600,00 

857.50 

469,097 

50 

(See  No.  9381  for  Fheb  and  Compressed  Air.) 


APPENDIX  DD. 


— Canvass  of  Bids  for  Const  i 


Note— Compressed  Air  Items  are  shown  by  (C.  A.) 


the  Commii- 

Installing 

"Portland"^ 

12.800  TO.  vtl>. 

"work 

BmoBm  »KD  Addbcssis. 

'  \:' 

skin.  „r  l>.,r|. 

Faye™.tc.A°) 

+86. 

''^ 

(b) 

'■" 

Peter  W.  HiU, 

426  Old  South  Bldg.,  Boston  

$7.00 
345,100.00 

$8.50 
73,950.00 

$10.00 
1.200.00 

$16.00 
259,200.00 

50,0(10 : 00 

820.00 
40C 

S  .60 
160.00 

laVon 

8  ..->0 
25.00 

$  .75 

6,375,00 

-51.25 
1,875,00 



7.000  00 

S6.00 
8,490.00 

1  800  00 

2,666:00 

$777,265.00 

683,633.75 

Joseph  McCabe, 

505  Banigan  Bldg.,  Providence,  R.  I. 

271,150.00 

9.50 
83,125.00 

S.OO 
960.00 

13.25 
214,650,00 

21.00 
.58,800.00 

20.00 
40C 

.80 
240.00 

100.00 

.80  00 

270.00 

1.060.00 

7,680.00 

1.320 

1,20 
60,00 

.50 
4,250.00 

.75 
1,125.00 

3.19 

0.00 

11,673:75 

'>47-  00 

16,000.00 

M.^nufacturers  Contracting  Co., 

Wilmington,  Del  

5. 98 
294,814.00 

5.75 
283,475.00 

7.98 
69,426.00 

3.00 
360.00 

11.90 
192,780.00 

12.00 
194,400.00 

13.50 
37,800.00 

13.00 
36,400.00 

16 

360.00 

.40 
120.00 

1.25 
00 

10.00 
2.400.00 

15.00 

■10.00 

^.40 

iio:f» 

,.iO 

1  "00  00 

600  00 

.40 
600.00 

3,500.00 
10,000.00 

2.00 
2,830 . 00 

eo'o" 

25,000:00 

6.39,510.00 
622,770.00 

Couglilan  &  Shells  Co., 

43  Treraont  St.,  Boston  

6.25 
54,375.00 

8.00 
960.00 

2C 
400.00 

2.00 
600.00 

00 
200.00 

10.00 
2,400.00 

12,00 
120,00 

1 ,400 . 00 

5,120.00 

.40 
880.00 

25.00 

.30 

2,550.00 

3,300:00 

10,000.00 

Jones  it  Meehan, 

10  Tremont  St.,  Boston  

5.00 
246,500.00 

5.00 
43,500.00 

6.00 

12.00 
194,400.00 

39,200:00 

360 : 00 

1.00 
300.00 

200:00 

15.00 
3,600.00 

30.00 
300.00 

20,00 
1,400.00 

-50 
6,400.00 

.60 
1,320.00 

.50 
25.00 

2,550:00 

.40 
600.00 

4,0c 

10.00 

5,660 : 00 

4.00 
1,200.00 

18,000.00 

570,235.00 

Bruno  &  Petitti, 

IS  Tremont  St.,  Boston  

234,175!00 

45,675:00 

5.00 
600.00 

11.00 
178,200.00 

12.00 
33,600.00 

20.00 
400.00 

2.00 
600.00 

3.00 
300.00 

25.00 
6,000.00 

250:00 

1,750:00 

6,400:00 

.50 

1,100.00 

1.00 
60.00 

3,400:00 

600 : 00 

lo'.oc 

6:00 

12,376:00 

1,500:00 

25,000.00 

661,976.00 

Wm.  H.  Smith  Co., 

445  Tremont  Bldg.,  Boston  

4.90 
241,570.00 

7.00 
60,900.00 

5.00 
43,500.00 

5.00 
600.00 

9.90 
160,380.00 

12.00 
33,600.00 

20.00 
400.00 

2.00 
600.00 

6.00 
600.00 

25.00 
6,000.00 

10.00 
2,400.00 

25.00 
250.00 

1  "OOO 

.75 
9,600.00 

980  00 

1.00 
50.00 

2,125:00 

.35 
625.00 

25,0C 

10.00 

2.00 
2,830.00 

2.50 
750.00 

1,600.00 

551,010.00 

Northeastern  Construction  Co., 

6  Beacon  St.,  Boston  

"•'1  S-0  00 

5.00 
600.00 

202,500:00 

13.00 
36,400.00 

18.00 
360.00 

.50 
150.00 

1.00 
100.00 

11.00 
110.00 

12.00 
840.00 

.50 
6,400.00 

..50 
1,100.00 

1.00 
50.00 

.20 
1,700.00 

.30 
450.00 

10,0C 

0.00 

6,00 
8,499.00 

6.00 
1,800.00 

8,000:00 

646,800.00 

Coleman  Bros.. 

15  Court  Sq.,  Boston  

4.50 
221,850.00 

S.OO 
43,500.00 

6.00 
720.00 

12.00 
194,400.00 

13.00 
36,400.00 

25.00 
600.00 

300:00 

2.00 
200.00 

15  00 
3,600.00 

20.00 

20.00 
1,400.00 

.50 
6,400.00 

.76 
1,650.00 

1.00 
50.00 

.75 
6,375.00 

1.00 
1,600.00 

5,000.00 

2.50 
3,637.50 

2.50 
750.00 

10,000.00 

538,332.50 

United  Engineering  &  Contracting  Co., 
32  E.  32nd  St.,  New  York  City  

187,340.00 

5.00 
43,500.00 

4.00 
480.00 

12.00 
194,400.00 

15.00 
42,000.00 

20.00 
400.00 

1.00 
300.00 

100.00 

10.00 
100.00 

15,00 
1,050.00 

1  650  00 

.60 
30.00 

1,700:00 

.25 
375.00 

5,000.00 

6.00 
8,490.00 

6.00 
1,800.00 

Metropolilan  Contracting  Co., 

95  Milk  St.,  Boston  

4.75 
234,175.00 

5.25 
45,675.00 

5.00 
600.00 

10.00 
162,000.00 

10.50 
29,400.00 

20.00 
400.00 

1.00 
300.00 

1.50 
150.00 

20.00 
4,800.00 

25.00 
260.00 

20.00 
1,400.00 

6  400  00 

1,320:00 

.50 
25.00 

.35 
525.00 

3,500.00 

..50 
707.50 

150,00 

5,000.00 

499,752.50 

Patrii-lt  McGovem, 

6  Beacon  St.,  Boston  

4.55 
224,315.00 

S.OO 
43,500.00 

4.00 
480.00 

10.00 
162,000.00 

11.50 
32,200.00 

18.00 
360.00 

.50 
150.00 

1.00 
100.00 

10.00 
2,400.00 

11.50 
115.00 

14.00 
980.00 

3,200:00 

.30 
660.00 

.40 
20.00 

.25 
2,125.00 

450:00 

3,500.00 

707:60 

300:00 

6,000.00 

483,662.50 
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APPENDIX  FF. 

Canvass  of  Bids  for  Fornishixg  .iKi.imn  r., of  J-ixch  ,~oimri   Twi,rEr>  iipen  Hevkth  Steel  Reinforci> 

Rods,  deuvered  at  mi  Sirfi  i-  Yard,  |s.kt»x  -Bun  OFEiito  ApniL  I.  1909. 

l"ouDd».  Yard. 

Ransome  Concrete  Machinery  Co., 

_  ,   6  Beacon  St..  Boston   $1.53  |  $5,202.01)    Delivery  in  3  weeks. 

Portland  Iron  &  Steel  Co., 

Boardof  Trade  Bldg.,  Boston  ,  1.51       .5. 134  (111     Half  in  2  weeks;  balance  in  4  weeks. 

W.  E.  Clark  &  Co., 

120  Milk  St.,  Boston   1.51  j     5,134.011    Delivery  as  required. 

Hudson  Structural  Steel  Co.,  Inc.,  ,' 

79  Milk  St.,  Boston   1.50  |     5,100.00     Six  weeks. 

Wm.  H.  Perry  Co., 

47  StiUings  St.,  Boston   1.50       5,1011.00    Six  weeks. 

Lackawanna  Steel  Co., 

8  Oliver  St..  Boston   1.48,     O.M2.00    Complete  in  45  days. 

Harrington,  Robinson  &  Co.,, 

272  Franklin  St.,  Boston   1.47  |     4.00S.00     Begin  deliverj- in  3  weeks;  complete  3  weeks  later. 

Cambria  Steel  Co., 

101  Tremont  St.,  Boston   1.455'     4.947.00    Begin  in  7-10  days:  complete  at  20  tons  per  day. 

Jones  &  Lauglilin  Steel  Co., 

131  State  St.,  Boston   1.445       4.01.^00     Begin  in  3  weeks;  complete  in  5  weeks. 

Buell  &  Mitchell, 

120  Liberty  St.,  New  York  City..  . .  1.445  ,     4.013  00    Can  ship  car-loads  .\pril,  May  or  June. 

Fred  A.  Houdlette  &  Son,  Inc.,  i                    Shipment  irl  3  weeks.    "  Havemeyer  Deformed  St 

93  Broad  St.,  Boston  j  1.44       4.896.00  Bars." 

Corrugated  Bar  Company,  by, 

E.  A.  Tucker,  New  England  Agent,!  For  corrugated  bars,  1"  round  or  j"  square. —  SI 

683  Atlantic  Ave.,  Boston   1.4.38  i     4,889.20         in  10-14  days. 

A.  Milne  &  Co., 

8  Oliver  St.,  Boston   1.435       4,879.00    Begin  in  2  weeks;  complete  in  40  days. 

Eastern  Expanded  Metal  Co.,  | 

101  Tremont  St.,  Boston   1.41      4,794.00    First  car-load  in  15  days;  balance  in  20  days. 


Note.— The  contract  was  awarded  to  Eastern  Expanded  Metal  Co. 
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